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Introduction 


The development, implementation and monitoring of a Service Delivery and Budget 
Implementation Plan (SDBIP) is required by the M unicipal Finance M anagement Act (M FM A). 

In terms of Circular 13 of National Treasury, "the SDBIP gives effect to the Integrated 
Development Plan (IDP) and budget of the municipality and will be possible if the IDP and 
budget are fully aligned with each other, as required by the M FM A." 

As the budget gives effect to the strategic priorities of the municipality it is important to 
supplement the budget and the IDP with a management and implementation plan. 

The SDBIP serves as the commitment by the M unicipality, which includes the administration, 
council and community, whereby the intended objectives and projected achievements are 
expressed in order to ensure that desired outcomes over the long term are achieved and 
these are implemented by the administration over the next twelve months. 


The SDBIP provides the basis for measuring performance in service delivery against quarterly 
targets and implementing the budget based on monthly projections. 

Circular 13 further suggests that "the SDBIP provides the vital link between the mayor, 
council (executive) and the administration, and facilitates the process for holding 
management accountable for its performance. The SDBIP is a management, implementation 
and monitoring tool that will assist the mayor, councillors, municipal manager, senior 
managers and community." 

The purpose of the SDBIP is to monitor the execution of the budget, performance of senior 
management and achievement of the strategic objectives set by Council. It enables the 
municipal manager to monitor the performance of senior managers, the mayor to monitor 
the performance of the municipal manager, and for the community to monitor the 
performance of the municipality. 

In the interests of good governance and better accountability, the SDBIP should therefore 
determine and be aligned with the performance agreements of the municipal manager and 
senior managers. 

The development, implementation and monitoring of a Service Delivery and Budget 
Implementation Plan (SDBIP) is required by the M unicipal Finance M anagement Act (M FM A). 

In terms of Circular 13 of National Treasury, "the SDBIP gives effect to the Integrated 
Development Plan (IDP) and budget of the municipality and will be possible if the IDP and 
budget are fully aligned with each other, as required by the M FM A." 
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Legislation 

According to the M unicipal Finance Act (M FMA) the definition of a SDBIP is: 

'service delivery and budget implementation plan' means a detailed plan approved by the 
mayor of a municipality in terms of section 53 (1) (c) (ii) for implementing the municipality's 
delivery of municipal services and its annual budget, and which must indicate- 

(a) projections for each month of- 

(i) revenue to be collected, by source; and 

(ii) operational and capital expenditure, by vote; 

(b) service delivery targets and performance indicators for each quarter; 

Section 53 of the M FMA stipulates that the M ayor should approve the SDBIP within 28 days 
after the approval of the budget. The M ayor must also ensure that the revenue and 
expenditure projections for each month and the service delivery targets and performance 
indicators as set out in the SDBIP are made public within 14 days after their approval. 

The following National Treasury prescriptions as minimum requirements that must form part 
of the SDBIP are applicable to the M ogalakwena M unicipality : 

(1) M onthly projections of revenue to be collected by source 

(2) M onthly projections of expenditure (operating and capital) and revenue for each vote * 

(3) Quarterly projections of service delivery targets and performance indicators for each vote 

* Section 1 of the M FM A defines a "vote" as: 

a) one of the main segments into which a budget of a municipality is divided for the 
appropriation of money for the different departments or functional areas of the 
municipality; and 

b) which specifies the total amount that is appropriated for the purposes of the department 
or functional area concerned 
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Methodology and 
Content 


National Treasury directives are clear on the contents and methodology to derive at the 
SDBIP. 


As a first step, the IDP objectives need to be quantified and related into key performance 
indicators. The budget is aligned to the objectives, projects and milestones to enable the 
SDBIP to serve as monitoring tool for service delivery. 

What gets measured, gets done, therefore it should be noted, that in order to improve on 
certain processes and co-operation within the municipality, process indicators have been 
developed for measurement purposes during 2010-2011 financial year. 

Circular 13 highlights the following 5 necessary components to be presented in the SDBIP: 

1. M onthly projections of revenue to be collected for each source 

2. M onthly projections of expenditure (operating and capital) and revenue for 
each vote 

3. Quarterly projections of service delivery targets and performance indicators 
for each vote 

4. Ward information for expenditure and service delivery 

5. Detailed capital works plan broken down by ward over three years. 

The M ogalakwena Local M unicipality has incorporated the following relevant components 
prescribed by Circular 13 into their SDBIP, but has used the initiative to devise it as follows: 

1. Quarterly projections of service delivery targets and performance indicators 
for each vote. 

2. Projects wokrs plan (Qperationsal and Capital) indicating applicable wards 

3. Projects works plan (Qperational and Capital) indicating monthly projected expenditure. 

4. Projects works plan (Qperational and Capital) indicating quarterly milestones. 

5. Revenue and Expenditure by Vote, monthly and over three years. 

6. Capital Expenditure by Vote, monthly and over three years. 

7. Revenue by Source. 
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Methodology and 
Content - continues 

In the development of M ogalakwena M unicipality's SDBIP cognisance was taken of the IDP 
Priorities, Objectives and Strategies as well as the Turn Around Strategy contained in the IDP 
ensuring progress towards the achievement thereof. 

The SDBIP of the M ogalakwena M unicipality is aligned to the Key Performance Areas (KPAs) 
as prescribed by Regulations 805 of 2006 and the IDP Guidelines by COGTA. Strategic 
indicators with targets are set to measure the KPAs. The M unicipal M anager takes 
responsibility for the Strategic Indicators which will form part of his Performance Agreement 
and Plan. 

The Strategic Indicators give rise to the Institutional Indicators for which the Senior 

M anagers will take responsibility. These indicators will form part of the Performance 
Agreements and Plans of Senior M anagers. Indicators are assigned quarterly targets and 
responsibilities to monitor performance. 

The SDBIP is described as a layered plan. The top layer deals with consolidated service 
delivery targets and time frames. Top M anagement is held accountable for the 
implementation of the consolidated projects and Key Performance Indicators. Where the 

Top M anagers are supported by Deputy M anagers, the Deputy M anagers will be held 
accountable for the implementation of the projects for that department, although all Top 

M anagers are on average held accountable for implementing their departments projects 
within time, budget and specifications. 

From the consolidated information, senior management is expected to develop the next 
level of detail by breaking up outputs into smaller outputs and then linking and assigning 
responsibility to middle-level and junior managers and will be contained in the Lower SDBIP, 
which is not required to be approved by Council neither to be published. For 2010-2011 
financial year, the lower SDBIP will contain the responsibilities of the Deputy M anagers 
where applicable. 

This lower SDBIP is a management tool for the S56 M anagers and need not be made public 
and is a separate document for each internal department. 
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Vision, M ission and 
Vaiues 

The strategic vision of the organisation sets the iong term goai the M unicipaiity wants to 
achieve. M ogaiakwena Locai M unicipaiity's vision is one that "wishes" for a future that deais 
with the many chaiienges and needs of the community. 

The vision of M ogaiakwena Locai M unicipaiity is: 

"To be a community-orientated iocai authority committed to sustainabie deveiopment and 
affordabie service provision" 

The strategic M ission Speaks about what the purpose of the M ogaiakwena Locai 

M unicipaiity is. The M ission is: 

"M ogaiakwena M unicipaiity is committed to provide and sustain basic services in an 
affordabie manner to its peopie by/through: 

■ Ensuring that there is effective stakehoider and community participation in the IDP and 
budget process 

■ Ensuring the efficient and effective utiiization of aii avaiiabie resources; and 

■ Promoting sociai and economic deveiopment " 

Vaiue system: 

Driven by the needs of our communities, M ogaiakwena M unicipaiity wiii respect and uphoid 
the Constitution, uphoid the Code of Conduct for Counciiiors and Officiais, ensure sound 
finandai management, and uphoid the Batho Peie principies. 
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Votes and Operational 
objectives 

Vote 

Programme/ Focus Objectives 

Area 


Municipal Manager Vote 
0001 

M unicipal 
Communication 

Provide an effective communication strategy for 

M ooalakwena M unicioalitv 



Public Participation 

Ensure ongoing cooperative governance, 
oartnershio and intensive communitv 


Corporate Support 
Services- Vote 0002 

Administration and 
Governance support 

Provide effective and efficient administration in 

M ogalakwena M unicipality by 2014. 


Budget and Treasury - 
Vote 0003 

Revenue, 

Expenditure, Supply 
Chain M anagement. 
Budget and 

Reporting 

Ensure continuous accelerated services delivery 
within M ogalakwena M unicipality 


Development Services - 
0004 

Spatial 

Development and 
Land use 

Ensure both the provision and proper utilisation 
of land within M ogalakwena M unicipality by 

2014. 



)ob Creation 

Reduce unemployment rate by half in 

M ogalakwena M unicipality by 2014. 



Access to Sanitation 

All households to have access to at least 
ventilated pit latrine on site by 2014 



Special Projects 
(Housing) 

All existing informal settlements be formalized 
with land use plans for economic and social 
facilities with provision for permanent basic 
services by 2014 


Technical Services - Vote 
0005 

Access to Municipal 
Roads 

Provide and ensure accessible road networks 
within M ogalakwena M unicipality by 2014. 



Stormwater 

drainage 

Provide adeguate storm water drainage within 

M ogalakwena M unicipality by 2014. 



Access to Water 

All households to have access to at least clean 
piped water 200m from households by 2014 


Community Service - 
Vote 0006 

Sports, Arts & 

Culture 

Facilitate and provide adequate and accessible 
sports and recreational facilities within 

M ooalakwena M unicioalitv bv 2014. 



Refuse removal and 
solid waste disposal 

All households have access to at least once a 
week refuse removal services by 2014 



Parks and 

recreation facilities 

Provide and facilitate accessible and affordable 
community facilities to promote social and 
economic growth within M ogalakwena 

M unicioalitv bv 2014. 


Traffic and Emergency - 
Vote 0007 

Safety and security 

Reduction of crime rate by half within 

M ogalakwena M unidoality by 2012. 



Disaster 

Management 

Improve disaster response time by 45% within 

M ogalakwena M unicipality by 2014. 


Electricity Services - 
Vote 0008 

Access to Electricity 

All households to be connected to national grid 
bv2014 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes: 

Function: M unicipal M anager Vote: 0001 

Sub-functions: Communication 

Internai Audit 
Risk Management 
Performance M anagement 
Intergovernmentai Reiations 

Oversite of poiiticai offices 


KPA 

Programme/ 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End Dec 
2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010-11 

Annual 
Projected 
Target 2011-12 

Annual 
Projected 
Target 2012-13 

Service 
Deiivery and 
Infrastructure 

Access to 

M unicipal 
Roads 

Roads Management 
Plan developed and 
approved 

Not applicable 
this quarter 

100% 

Not applicable 
this quarter 

Not applicable 
this quarter 

100% 



Service 
Deiivery and 
Infrastructure 

Access to Water 

Water Services 
Development Plan 
reviewed 

Not applicable 
this quarter 

Not applicable 
this quarter 

100% 

Not applicable 
this quarter 

100% 

100% 

100% 

Service 
Deiivery and 
Infrastructure 

Access to Water 

% water 

unaccounted for 

38% 

35% 

33% 

30% 

30% 

28% 

25% 

Service 
Deiivery and 
Infrastructure 

Access to Water 

Olifants river water 

resources 

development project 
phase 2 completed 

100% 

Not applicable 
this quarter 

Not applicable 
this quarter 

Not applicable 
this quarter 

100% 



Service 
Deiivery and 
Infrastructure 

Access to Water 

Olifants river water 

resources 

development project 
phase 3 

commencement 

Not applicable 
this quarter 

100% 

Not applicable 
this quarter 

Not applicable 
this quarter 

100% 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes: 

Function: M unicipal M anager Vote: 0001 

Sub-functions: Communication 

Internai Audit 
Risk Management 
Performance M anagement 
Intergovernmentai Reiations 

Oversite of poiiticai offices 


KPA 

Programme/ 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End Dec 
2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010-11 

Annual 
Projected 
Target 2011-12 

Annual 
Projected 
Target 2012-13 

Service 
Deiivery and 
Infrastructure 

Free basic 
water 

% registered 
indigent household 
provided with free 
basic water 

100% 

65% 

66% 

67% 

70% 

100% 

100% 

Service 
Deiivery and 
Infrastructure 

Free basic 
sanitation 

% registered 
indigent households 
provided with free 
basic sanitation 

100% 

65% 

66% 

67% 

70% 

100% 

100% 

Service 
Deiivery and 
Infrastructure 

Access to 
Eiectricity 

% eiectricity ioss 

12% 

11.50% 

11% 

10.5% 

10% 

10% 

10% 

Service 
Deiivery and 
Infrastructure 

Free basic 
eiectricity 

% registered 
indigents provided 
with free basic 
electricitv 

100% 

100% 

100% 

100% 

100% 

100% 

100% 

Service 
Deiivery and 
Infrastructure 

Refuse removai 
and soiid waste 
disposai 

% registered 
indigents provided 
with free basic 
waste removal 
(stand of 500 m2) - 

iirhan arpac 

100% 

100% 

100% 

100% 

100% 

100% 

100% 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes: 

Function: M unicipal M anager Vote: 0001 

Sub-functions: Communication 

Internai Audit 
Risk Management 
Performance M anagement 
Intergovernmentai Reiations 

Oversite of poiiticai offices 


KPA 

Programme/ 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End Dec 
2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010-11 

Annual 
Projected 
Target 2011-12 

Annual 
Projected 
Target 2012-13 

Service 
Deiivery and 
Infrastructure 

Project 

Management 

% Capital budget 
actually spent on 
capital projects 
identified for 
financial year i.t.o. 
IDP 

10% 

40% 

75% 

100% 

100% 

100% 

100% 

Service 
Deiivery and 
Infrastructure 

Turn Around 
Strategy 

%allTAS 
Resolutions 
Implemented within 
timeframes 

10% 

30% 

40% 

50% 

50% 

60% 

100% 

Social and 
Local Economic 
Development 

job Creation 

#jobs created LED 
and IDP projects 

290 

560 

810 

1290 

1310 

1465 

1570 

M unicipal 
Financial 
Viability 

Revenue 
Enhancement 
and credit 
control 

% revenue shortfalls 

23% 

21% 

19% 

18% 

18% 

15% 

15% 

M unicipal 
Financial 
Viability 

Budget and 
Expenditure 
Management 

% personnel costs 
(R-value personnel 
costs / R-value 
operating expenses 
(excl Salaries of 
councillors) ) 

35% 

35% 

35% 

35% 

35% 

35% 

35% 


11 


Performance Indicators and Targets for the following Functions, Sub-functions and Votes: 

Function: M unicipal M anager Vote: 0001 

Sub-functions: Communication 

Internai Audit 
Risk Management 
Performance M anagement 
Intergovernmentai Reiations 

Oversite of poiiticai offices 


KPA 

Programme/ 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End Dec 
2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010-11 

Annual 
Projected 
Target 2011-12 

Annual 
Projected 
Target 2012-13 

M unicipai 
Financiai 
Viabiiitv 

Budget and 
Expenditure 
Manaaement 

Finai Budget 
adopted by Council 
bv31 Mav 

Not applicable 
this quarter 

Not applicable 
this quarter 

Not applicable 
this quarter 

100% 

100% 

100% 

100% 

M unicipai 
Financiai 
Viabiiity 

Financiai 

Reporting 

#0fMFMAS52 
reports submitted to 
Council (quarterly 
SDBIP report) 

Not applicable 
this quarter 

1 

2 

3 

3 

4 

4 

M unicipai 
Financiai 
Viabiiity 

Suppiy Chain 
Management 

% Tenders 
adjudicated within 
60 days of closure of 
tender 

100% 

100% 

100% 

100% 

100% 

100% 

100% 

M unicipai 
Transformatio 
n and 

Institutionai 

Deveiopment 

Training and 
Deveiopment 

% municipality's 
budget (salary 
budget) actually 
spent on 
implementing its 
workplace skills 
plan 

0.2% 

0.2% 

0.2% 

0.2% 

0.2% 

0.2% 

0.2% 

M unicipai 
Transformatio 
n and 

Institutionai 

Develonment 

Training and 
Deveiopment 

#556 M anagers 
enrolled for 
development 
training (CPM D) 

2 

2 

1 

1 

2 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes: 

Function: M unicipal M anager Vote: 0001 

Sub-functions: Communication 

Internai Audit 
Risk Management 
Performance M anagement 
Intergovernmentai Reiations 

Oversite of poiiticai offices 


KPA 

Programme/ 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End Dec 
2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010-11 

Annual 
Projected 
Target 2011-12 

Annual 
Projected 
Target 2012-13 

M unicipai 
Transformatio 
n and 

Institutionai 

Develonment 

Fluman 

Resource 

Management 

Total #of woman 
employed by the 
municipality against 
total staff 

28% 

29% 

30% 

30% 

30% 

35% 

40% 

M unicipai 
Transformatio 
n and 

Institutionai 

Develonment 

Fluman 

Resource 

Management 

% budgeted 
positions on 
organogram filled 

80% 

85% 

90% 

100% (560 
budgeted 
positions) 

100% 

100% 

100% 

Good 

Governance 
and Public 
Particioation 

Auditing 

Unqualified audit 
report 

Not applicable 
this quarter 

100% 

Not applicable 
this quarter 

Not applicable 
this quarter 

100% 

100% 

100% 

Good 

Governance 
and Public 
Particioation 

Auditing 

Average %of AG 
audit queries 
resolved 

Not applicable 
this quarter 

20% 

60% 

100% 

100% 

100% 

100% 

Good 

Governance 
and Public 
Particioation 

Administration 

and 

Governance 

suooort 

%AII Council 
resolutions 
implemented within 
timeframes 

85% 

85% 

85% 

85% 

85% 

85% 

85% 

Good 

Governance 
and Public 
Particioation 

Intergovernmen 
tal Relations 

%IGR resolutions 
related to M LM 
implemented within 
timeframes 

85% 

85% 

85% 

85% 

85% 

85% 

85% 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes: 

Function: M unicipal M anager Vote: 0001 

Sub-functions: Communication 

Internai Audit 
Risk Management 
Performance M anagement 
Intergovernmentai Reiations 

Oversite of poiiticai offices 


KPA 

Programme/ 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End Dec 
2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010-11 

Annual 
Projected 
Target 2011-12 

Annual 
Projected 
Target 2012-13 

Good 

Governance 
and Pubiic 
Particioation 

Monitoring and 
Evaiuation 

Audited Annuai 
Report adopted by 
Councii by end 
March 

Notappiicabie 
this quarter 

Not appiicabie 
this quarter 

100% 

Not appiicabie 
this quarter 

100% 

100% 

100% 

Spatiai and 
Environmentai 
Management 

Integrated 

pianning 

Credibie IDP 
document adopted 
by Councii by 31 
Mav 

Notappiicabie 
this quarter 

Not appiicabie 
this quarter 

Notappiicabie 
this quarter 

100% 

100% 

100% 

100% 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes: 

Function: Manager Corporate Support Services Vote: 0002 

Sub-functions: Information Technoiogy 

Fluman Resources 
Legai Services 
Support Services 
Councii Secretariat 
Property M anagement 
Support Services 


KPA 

Programme/ 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End 
Dec 2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010- 
11 

Annual 
Projected 
Target 2011- 
12 

Annual 
Projected 
Target 2012- 
13 

Service 
Deiivery and 
Infrastructure 

Project 

Management 

% projects started 
on time per 
department 

80% 

80% 

80% 

80% 

80% 

90% 

95% 

Service 
Deiivery and 
Infrastructure 

Project 

M anagement 

% projects 
competed on time 
per department 

80% 

80% 

80% 

80% 

80% 

90% 

95% 

Service 
Deiivery and 
Infrastructure 

Project 

M anagement 

% projects 
competed within 
budget per 
deoartment 

80% 

80% 

80% 

80% 

80% 

90% 

95% 

Service 
Deiivery and 
Infrastructure 

Project 

M anagement 

% of projects 
completed that 
achieved the 
specifications of the 
project per 

ripnart-mpnt- 

80% 

80% 

80% 

80% 

80% 

90% 

95% 

Service 
Deiivery and 
Infrastructure 

Turn Around 
Strategy 

%TAS Resolutions 
Implemented within 
timeframes per 
deoartment 

10% 

30% 

40% 

50% 

50% 

60% 

100% 

M unicipal 
Financial 
Viabilitv 

Budget and 
Expenditure 
Manaoement 

%MSIG allocated to 
Corporate Services 
utilized 

Not applicable 
this quarter 

Not applicable 
this quarter 

Not applicable 
this quarter 

Not applicable 
this quarter 

100% 

90% 

90% 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes: 

Function: Manager Corporate Support Services Vote: 0002 

Sub-functions: Information Technoiogy 

Fluman Resources 
Legai Services 
Support Services 
Councii Secretariat 
Property M anagement 
Support Services 


KPA 

Programme/ 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End 
Dec 2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010- 
11 

Annual 
Projected 
Target 2011- 
12 

Annual 
Projected 
Target 2012- 
13 

M unicipai 
Finandai 
Viabiiity 

Budget and 
Expenditure 
Management 

Cooperating budget 
variance per 
department YTD 

10% 

10% 

10% 

10% 

10% 

10% 

10% 

M unicipai 
Finandai 
Viabiiity 

Suppiy Chain 

M anagement 

CoTenders evaiuated 
within 35 days of 
ciosure offender 
per department and 
aii reievant 
information / 
documentation 
suppiied to Suppiy 
Chain 

100% 

100% 

100% 

100% 

100% 

100% 

100% 

M unicipai 
Transformatio 
n and 

Institutionai 

Dpvplnnmpnt 

Training and 
Deveiopment 

R-vaiue of training 
budget spent on 
actuai training / R- 
vaiue training 
hiidnpt aq% 

20% 

40% 

60% 

85% 

85% 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes: 

Function: Manager Corporate Support Services Vote: 0002 

Sub-functions: Information Technoiogy 

Fluman Resources 
Legai Services 
Support Services 
Councii Secretariat 
Property M anagement 
Support Services 


KPA 

Programme/ 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End 
Dec 2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010- 
11 

Annual 
Projected 
Target 2011- 
12 

Annual 
Projected 
Target 2012- 
13 

M unicipai 
Transformatio 
n and 

Institutionai 

Deveiopment 

Training and 
Deveiopment 

% of training courses 
attended per 
department in terms 
training needs 
identified in 
workpiace skiiis pian 

80% 

80% 

80% 

80% 

80% 

80% 

80% 

M unicipai 
Transformatio 
n and 

Institutionai 

Deveiopment 

Training and 
Deveiopment 

Competency 

assessments 

conciuded i.t.o. 
MFMA 

requirements for 

rrit-iral nnt;it-innt; 

Notappiicabie 
this quarter 

Not appiicabie 
this quarter 

100% 

Not appiicabie 
this quarter 

100% 

100% 

100% 

M unicipai 
Transformatio 
n and 

Institutionai 

Develonment 

Fluman Resource 
Management 

Organogram 
reviewed annuaiiy 
together with the 
IDP and Budget 

Notappiicabie 
this quarter 

Not appiicabie 
this quarter 

Notappiicabie 
this quarter 

100% 

100% 

100% 

100% 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes: 

Function: Manager Corporate Support Services Vote: 0002 

Sub-functions: Information Technoiogy 

Fluman Resources 
Legai Services 
Support Services 
Councii Secretariat 
Property M anagement 
Support Services 


KPA 

Programme/ 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End 
Dec 2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010- 
11 

Annual 
Projected 
Target 2011- 
12 

Annual 
Projected 
Target 2012- 
13 

M unicipai 
Transformatio 
n and 

Institutionai 

Deveiopment 

Fluman Resource 
Management 

# people from 
employment equity 
groups employed in 
the three highest 
levels of 
management in 
compliance with 
the municipality's 
approved 

employment equity 
plan 

11 (11 out of 
13 positions) 

11 (11 out of 
13 positions) 

11 (11 out of 
13 positions) 

11 (11 out of 
13 positions) 




M unicipai 
Transformatio 
n and 

Institutionai 

Develonment 

Fluman Resource 
Management 

# new vacancies on 
the organogram 
fiiied 

10 

30 

40 

59 




M unicipai 
Transformatio 
n and 

Institutionai 

Deveiopment 

Fluman Resource 
M anagement 

#empioyeeson 
suspension ionger 
than 60 days / # 
empioyees piaced 
on suspension as % 

0% 

0% 

0% 

0% 

0% 

0% 

0% 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes: 

Function: Manager Corporate Support Services Vote: 0002 

Sub-functions: Information Technoiogy 

Fluman Resources 
Legai Services 
Support Services 
Councii Secretariat 
Property M anagement 
Support Services 


KPA 

Programme/ 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End 
Dec 2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010- 
11 

Annual 
Projected 
Target 2011- 
12 

Annual 
Projected 
Target 2012- 
13 

M unicipai 
Transformatio 
n and 

Institutionai 

Deveiopment 

Labour Reiations 

%Locai Labour 
Forum 

recommendations 
submitted to 

M unicipai Manager 
for consideration 
within 2 weeks 

100% 

100% 

100% 

100% 

100% 

100% 

100% 

Good 

Governance 
and Pubiic 
Particioation 

Auditing 

%of AG audit 
queries reiatedto 
department 
resoived 

Notappiicabie 
this quarter 

20% 

60% 

100% 

100% 

100% 

100% 

Good 

Governance 
and Pubiic 
Particioation 

Auditing 

%of identified risks 
addressed per 
department 

25% 

50% 

75% 

100% 

100% 

100% 

100% 

Good 

Governance 
and Pubiic 
Participation 

Administration 
and Governance 
support 

% Councii 
resoiutionsreiated 
to department 
impiemented within 
timeframe 

85% 

85% 

85% 

85% 

85% 

85% 

85% 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes: 

Function: Manager Corporate Support Services Vote: 0002 

Sub-functions: Information Technoiogy 

Fluman Resources 
Legai Services 
Support Services 
Councii Secretariat 
Property M anagement 
Support Services 


KPA 

Programme/ 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End 
Dec 2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010- 
11 

Annual 
Projected 
Target 2011- 
12 

Annual 
Projected 
Target 2012- 
13 

Good 

Governance 
and Pubiic 
Participation 

Administration 
and Governance 
support 

% management 
committee 
resoiutions reiated 
to department 
impiemented within 
timeframes 

85% 

85% 

85% 

85% 

85% 

85% 

85% 

Good 

Governance 
and Pubiic 
Particioation 

Administration 
and Governance 
support 

#Departmentai 
meetings heid 

1 

2 

3 

4 

4 

4 

4 

Good 

Governance 
and Pubiic 
Particioation 

Customer care 

Caii centre 
estabiished and 
functionai 

Not appiicabie 
this quarter 

1 

Not appiicabie 
this quarter 

Not appiicabie 
this quarter 

100% 

n.a. 

n.a. 

Good 

Governance 
and Pubiic 
Participation 

Customer care 

% reported service 
deiivery compiaints 
reiated to 
department 
addressed within 30 
caiendar days after 
reporting 

100% 

100% 

100% 

100% 

100% 

100% 

100% 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes: 

Function: Manager Corporate Support Services Vote: 0002 

Sub-functions: Information Technoiogy 

Fluman Resources 
Legai Services 
Support Services 
Councii Secretariat 
Property M anagement 
Support Services 


KPA 

Programme/ 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End 
Dec 2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010- 
11 

Annual 
Projected 
Target 2011- 
12 

Annual 
Projected 
Target 2012- 
13 

Good 

Governance 
and Pubiic 
Particioation 

Legai Services 

% policies reviewed 
annuaiiy per 
department 

Not applicable 
this quarter 

Not applicable 
this quarter 

Not applicable 
this quarter 

100% 

100% 

100% 

100% 

Good 

Governance 
and Pubiic 
Particioation 

Deiegation of 
Powers 

% delegations of 
powers and S53 
Rules reviewed and 
aooroved 

Not applicable 
this quarter 

100% 

Not applicable 
this quarter 

Not applicable 
this quarter 

100% 



Good 

Governance 
and Pubiic 
Participation 

Monitoring and 
Evaiuation 

#quarterly 
calculators 
completed by 15th 
after the end of 
nreviousnuarter 

1 

2 

3 

4 

4 

4 

4 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes: 

Function: Chief Financial Officer Vote: 0002 

Sub-functions: Expenditure 


Income 
Supply Chain 
Budget and Reporting 


KPA 

Programme/ 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End 
Dec 2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010- 
11 

Annual 
Projected 
Target 2011- 
12 

Annual 
Projected 
Target 2012- 
13 

Service 
Delivery and 
Infrastructure 

Project 

Management 

% projects started 
on time per 
department 

80% 

80% 

80% 

80% 

80% 

90% 

95% 

Service 
Delivery and 
Infrastructure 

Project 

M anagement 

% projects 
competed on time 
per department 

80% 

80% 

80% 

80% 

80% 

90% 

95% 

Service 
Delivery and 
Infrastructure 

Project 

M anagement 

% projects 
competed within 
budget per 
department 

80% 

80% 

80% 

80% 

80% 

90% 

95% 

Service 
Delivery and 
Infrastructure 

Project 

M anagement 

% of projects 
completed that 
achieved the 
specifications of the 
project per 
department 

80% 

80% 

80% 

80% 

80% 

90% 

95% 

Service 
Delivery and 
Infrastructure 

Turn Around 
Strategy 

%TAS Resolutions 
Implemented within 
timeframes per 
deoartment 

10% 

30% 

40% 

50% 

50% 

60% 

100% 


22 


Performance Indicators and Targets for the following Functions, Sub-functions and Votes: 

Function: Chief Financial Officer Vote: 0002 

Sub-functions: Expenditure 


Income 
Supply Chain 
Budget and Reporting 


KPA 

Programme/ 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End 
Dec 2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010- 
11 

Annual 
Projected 
Target 2011- 
12 

Annual 
Projected 
Target 2012- 
13 

M unicipal 
Financial 
Viability 

Revenue 
Enhancement 
and credit control 

% outstanding 
service debtors to 
revenue (R-value 
total outstanding 
service debtors 
divided by R-value 
annual revenue 
actually received for 
services) - under 90 
days 

50% 

45% 

42% 

30% 

30% 

25% 

20% 

M unicipal 
Financial 
Viability 

Revenue 
Enhancement 
and credit control 

Debt collection 
policy reviewed 

Not applicable 
thisguarter 

Not applicable 
thisguarter 

Not applicable 
thisguarter 

100% 

100% 

100% 

100% 

M unicipal 
Financial 
Viability 

Revenue 
Enhancement 
and credit control 

Tariff policy 
reviewed 

Not applicable 
thisguarter 

Not applicable 
thisguarter 

Not applicable 
thisguarter 

100% 

100% 

100% 

100% 

M unicipal 
Financial 
Viability 

Supply Chain 

M anagement 

% Tenders 
adjudicated within 
14 days of receiving 
evaluation reports 

100% 

100% 

100% 

100% 

100% 

100% 

100% 

M unicipal 
Financial 
Viability 

Budget and 
Expenditure 

M anagement 

Cooperating budget 
variance per 
department YTD 

10% 

10% 

10% 

10% 

10% 

10% 

10% 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes: 

Function: Chief Financial Officer Vote: 0002 

Sub-functions: Expenditure 


Income 
Supply Chain 
Budget and Reporting 


KPA 

Programme/ 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End 
Dec 2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010- 
11 

Annual 
Projected 
Target 2011- 
12 

Annual 
Projected 
Target 2012- 
13 

M unicipal 
Financial 
Viability 

Budget and 
Expenditure 
Management 

Adjustment budget 
adopted by Council 
by end February 

Not applicable 
this quarter 

Not applicable 
this quarter 

100% 

Not applicable 
this quarter 

100% 

100% 

100% 

M unicipal 
Financial 
Viability 

Budget and 
Expenditure 
Management 

Draft budget tabled 
to Council by 31 
March 

Not applicable 
this quarter 

Not applicable 
this quarter 

100% 

Not applicable 
this quarter 

100% 

100% 

100% 

M unicipal 
Financial 
Viability 

Financial 

Reporting 

Financial Statements 
drafted and 
submitted to AG by 
31 August 

100% 

Not applicable 
this quarter 

Not applicable 
this quarter 

Not applicable 
this quarter 

100% 

100% 

100% 

Good 

Governance 
and Public 
Particioation 

Auditing 

%of AG audit 
gueries related to 
department 
resolved 

Not applicable 
this quarter 

20% 

60% 

100% 

100% 

100% 

100% 

Good 

Governance 
and Public 
Particioation 

Auditing 

%of identified risks 
addressed per 
department 

25% 

50% 

75% 

100% 

100% 

100% 

100% 

Good 

Governance 
and Public 
Participation 

Administration 
and Governance 
support 

% Council 
resolutions related 
to department 
implemented within 
timeframe 

85% 

85% 

85% 

85% 

85% 

85% 

85% 


24 


Performance Indicators and Targets for the following Functions, Sub-functions and Votes: 

Function: Chief Financial Officer Vote: 0002 

Sub-functions: Expenditure 


Income 
Supply Chain 
Budget and Reporting 


KPA 

Programme/ 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End 
Dec 2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010- 
11 

Annual 
Projected 
Target 2011- 
12 

Annual 
Projected 
Target 2012- 
13 

Good 

Governance 
and Public 
Participation 

Administration 
and Governance 
support 

% management 
committee 
resolutions related 
to department 
implemented within 
timeframes 

85% 

85% 

85% 

85% 

85% 

85% 

85% 

Good 

Governance 
and Public 
Particioation 

Administration 
and Governance 
support 

#Departmental 
meetings held 

1 

2 

3 

4 

4 

4 

4 

Good 

Governance 
and Public 
Participation 

Customer care 

% reported service 
delivery complaints 
related to 
department 
addressed within 30 
calendar days after 
reporting 

100% 

100% 

100% 

100% 

100% 

100% 

100% 

Good 

Governance 
and Public 
Participation 

Legal Services 

% service level 
agreements 
provided by Service 
Providers referred 
to Corporate 
services prior to 
signing per 
department 

100% 

100% 

100% 

100% 

100% 

100% 

100% 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes: 

Function: Chief Financial Officer Vote: 0002 

Sub-functions: Expenditure 


Income 
Supply Chain 
Budget and Reporting 


KPA 

Programme/ 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End 
Dec 2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010- 
11 

Annual 
Projected 
Target 2011- 
12 

Annual 
Projected 
Target 2012- 
13 

Good 

Governance 
and Public 
Participation 

Legal Services 

% policies reviewed 
annually per 
department 

Not applicable 
this quarter 

Not applicable 
this quarter 

Not applicable 
this quarter 

100% 

100% 

100% 

100% 

Good 

Governance 
and Public 
Participation 

Monitoring and 
Evaluation 

#guarterly 
calculators 
completed by 15th 
after the end of 
previous quarter 

1 

2 

3 

4 

4 

4 

4 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes: 

Function: Manager Development Services Vote: 0004 

Sub-functions: Local Economic Development and Tourism 


Integrated Planning 
Town and Spatial Planning 
Special Projects (housing) 


KPA 

Programme/ 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End 
Dec 2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010- 
11 

Annual 
Projected 
Target 2011- 
12 

Annual 
Projected 
Target 2012- 
13 

Service 
Delivery and 
Infrastructure 

Project 

Management 

% projects started 
on time per 
department 

80% 

80% 

80% 

80% 

80% 

90% 

95% 

Service 
Delivery and 
Infrastructure 

Project 

M anagement 

% projects 
competed on time 
per department 

80% 

80% 

80% 

80% 

80% 

90% 

95% 

Service 
Delivery and 
Infrastructure 

Project 

M anagement 

% projects 
competed within 
budget per 
deoartment 

80% 

80% 

80% 

80% 

80% 

90% 

95% 

Service 
Delivery and 
Infrastructure 

Project 

M anagement 

% of projects 
completed that 
achieved the 
specifications of the 
project per 

rlpnart-mpnt- 

80% 

80% 

80% 

80% 

80% 

90% 

95% 

Service 
Delivery and 
Infrastructure 

Turn Around 
Strategy 

%TAS Resolutions 
Implemented within 
timeframes per 
deoartment 

10% 

30% 

40% 

50% 

50% 

60% 

100% 

M unicipal 
Financial 
Viability 

Budget and 
Expenditure 

M anagement 

Cooperating budget 
variance per 
department YTD 

10% 

10% 

10% 

10% 

10% 

10% 

10% 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes: 

Function: Manager Development Services Vote: 0004 

Sub-functions: Local Economic Development and Tourism 


Integrated Planning 
Town and Spatial Planning 
Special Projects (housing) 


KPA 

Programme/ 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End 
Dec 2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010- 
11 

Annual 
Projected 
Target 2011- 
12 

Annual 
Projected 
Target 2012- 
13 

M unicipal 
Financial 
Viability 

Supply Chain 
Management 

%Tenders evaluated 
within 35 days of 
closure offender 
per department and 
all relevant 
information / 
documentation 
supplied to Supply 
Chain 

100% 

100% 

100% 

100% 

100% 

100% 

100% 

Good 

Governance 
and Public 
Particioation 

Auditing 

%of AG audit 
queries related to 
department 
resolved 

Not applicable 
this quarter 

20% 

60% 

100% 

100% 

100% 

100% 

Good 

Governance 
and Public 
Particioation 

Auditing 

%of identified risks 
addressed per 
department 

25% 

50% 

75% 

100% 

100% 

100% 

100% 

Good 

Governance 
and Public 
Participation 

Administration 
and Governance 
support 

% Council 
resolutions related 
to department 
implemented within 
timeframe 

85% 

85% 

85% 

85% 

85% 

85% 

85% 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes: 

Function: Manager Development Services Vote: 0004 

Sub-functions: Local Economic Development and Tourism 


Integrated Planning 
Town and Spatial Planning 
Special Projects (housing) 


KPA 

Programme/ 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End 
Dec 2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010- 
11 

Annual 
Projected 
Target 2011- 
12 

Annual 
Projected 
Target 2012- 
13 

Good 

Governance 
and Public 
Participation 

Administration 
and Governance 
support 

% management 
committee 
resolutions related 
to department 
implemented within 
timeframes 

85% 

85% 

85% 

85% 

85% 

85% 

85% 

Good 

Governance 
and Public 
Particioation 

Administration 
and Governance 
support 

#Departmental 
meetings held 

1 

2 

3 

4 

4 

4 

4 

Good 

Governance 
and Public 
Participation 

Customer care 

% reported service 
delivery complaints 
related to 
department 
addressed within 30 
calendar days after 
reporting 

100% 

100% 

100% 

100% 

100% 

100% 

100% 

Good 

Governance 
and Public 
Participation 

Legal Services 

% service level 
agreements 
provided by Service 
Providers referred 
to Corporate 
services prior to 
signing per 
department 

100% 

100% 

100% 

100% 

100% 

100% 

100% 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes: 

Function: Manager Development Services Vote: 0004 

Sub-functions: Local Economic Development and Tourism 


Integrated Planning 
Town and Spatial Planning 
Special Projects (housing) 


KPA 

Programme/ 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End 
Dec 2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010- 
11 

Annual 
Projected 
Target 2011- 
12 

Annual 
Projected 
Target 2012- 
13 

Good 

Governance 
and Public 
Participation 

Monitoring and 
Evaluation 

#quarterly 
calculators 
completed by 15th 
after the end of 
nreviousnuarter 

1 

2 

3 

4 

4 

4 

4 

Spatial and 
Environmental 
M anagement 

Environmental 

M anagement 

Environmental 
management plan 
developed and 
aooroved 

100% 

Not applicable 
this quarter 

Not applicable 
this quarter 

Not applicable 
this quarter 

100% 



Spatial and 
Environmental 
M anagement 

Spatial 

Development and 
Land use 

%Town Planning 
applications 
considered by 
Council within 4 
months of receipt of 

annlirat-inn 

100% 

100% 

100% 

100% 

100% 

100% 

100% 

Spatial and 
Environmental 
M anagement 

Spatial 

Development and 
Land use 

% of land use 
applications 
considered by 
Council within 4 
months of receipt of 

annlirat-inn 

100% 

100% 

100% 

100% 

100% 

100% 

100% 

Spatial and 
Environmental 
M anagement 

Integrated 

planning 

Draft IDP document 
tabled to Council by 
31 March 

Not applicable 
this quarter 

Not applicable 
this quarter 

100% 

Not applicable 
this quarter 

100% 

100% 

100% 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes; 

Function: Manager Technical Services Vote: 0005 

Sub-functions: Water & Sanitation 

Roads & Stormwater 
Building Inspectorate 
Operation and maintenance 
PMU 


KPA 

Programme/ 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End Dec 
2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010- 
11 

Annual 
Projected 
Target 2011- 
12 

Annual 
Projected 
Target 2012- 
13 

Service 
Delivery and 
Infrastructure 

Access to 
Municipal Roads 

Roads Master Plan 
developed and 
approved 

Not applicable 
this quarter 

100% 

Not applicable 
this quarter 

Not applicable 
this quarter 

100% 



Service 
Delivery and 
Infrastructure 

Access to Water 

Meeting blue drop 
water quality 
standard 

Not applicable 
this quarter 

Not applicable 
this quarter 

Not applicable 
this quarter 

60% 

60% 

80% 

100% 

Service 
Delivery and 
Infrastructure 

Bulk water 

Policy on water 
conservation and 
demand 
management 
developed and 

annrnupri 

Not applicable 
this quarter 

Not applicable 
this quarter 

100% 

Not applicable 
this quarter 

100% 



Service 
Delivery and 
Infrastructure 

Bulk water 

#M Lnew water 
storage capacity 

Not applicable 
this quarter 

Not applicable 
this quarter 

2 

4 

4 

2 

2 

Service 
Delivery and 
Infrastructure 

Access to 
Sanitation 

M eeting green drop 
water quality 
standard 

Not applicable 
this quarter 

Not applicable 
this quarter 

Not applicable 
this quarter 

50% 

50% 

60% 

70% 

Service 
Delivery and 
Infrastructure 

Project 

Management 

% projects started 
on time per 
department 

80% 

80% 

80% 

80% 

80% 

90% 

95% 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes; 

Function: Manager Technical Services Vote: 0005 

Sub-functions: Water & Sanitation 

Roads & Stormwater 
Building Inspectorate 
Operation and maintenance 
PMU 


KPA 

Programme/ 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End Dec 
2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010- 
11 

Annual 
Projected 
Target 2011- 
12 

Annual 
Projected 
Target 2012- 
13 

Service 
Delivery and 
Infrastructure 

Project 

Management 

% projects 
competed on time 
per department 

80% 

80% 

80% 

80% 

80% 

90% 

95% 

Service 
Delivery and 
Infrastructure 

Project 

Management 

% projects 
competed within 
budget per 
deoartment 

80% 

80% 

80% 

80% 

80% 

90% 

95% 

Service 
Delivery and 
Infrastructure 

Project 

Management 

% of projects 
completed that 
achieved the 
specifications of the 
project per 

ripnart-mpnt- 

80% 

80% 

80% 

80% 

80% 

90% 

95% 

Service 
Delivery and 
Infrastructure 

Turn Around 
Strategy 

%TAS Resolutions 
Implemented within 
timeframes per 
deoartment 

10% 

30% 

40% 

50% 

50% 

60% 

100% 

Social and 
Local 
Economic 
Develooment 

job Creation 

#of jobs created 
through IDP projects 
per department 

250 

500 

750 

1250 

1250 

1400 

1500 

M unicipal 
Financial 
Viability 

Budget and 
Expenditure 
Management 

Cooperating budget 
variance per 
department YTD 

10% 

10% 

10% 

10% 

10% 

10% 

10% 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes; 

Function: Manager Technical Services Vote: 0005 

Sub-functions: Water & Sanitation 

Roads & Stormwater 
Building Inspectorate 
Operation and maintenance 
PMU 


KPA 

Programme/ 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End Dec 
2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010- 
11 

Annual 
Projected 
Target 2011- 
12 

Annual 
Projected 
Target 2012- 
13 

M unicipal 
Financial 
Viability 

Supply Chain 
Management 

% Tenders evaluated 
within 35 days of 
closure offender 
per department and 
all relevant 
information / 
documentation 
supplied to Supply 
Chain 

100% 

100% 

100% 

100% 

100% 

100% 

100% 

Good 

Governance 
and Public 
Particioation 

Auditing 

%of AG audit 
queries related to 
department 
resolved 

Not applicable 
this quarter 

20% 

60% 

100% 

100% 

100% 

100% 

Good 

Governance 
and Public 
Particioation 

Auditing 

%of identified risks 
addressed per 
department 

25% 

50% 

75% 

100% 

100% 

100% 

100% 

Good 

Governance 
and Public 
Participation 

Administration 
and Governance 
support 

% Council 
resolutions related 
to department 
implemented within 
timeframe 

85% 

85% 

85% 

85% 

85% 

85% 

85% 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes; 

Function: Manager Technical Services Vote: 0005 

Sub-functions: Water & Sanitation 

Roads & Stormwater 
Building Inspectorate 
Operation and maintenance 
PMU 


KPA 

Programme/ 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End Dec 
2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010- 
11 

Annual 
Projected 
Target 2011- 
12 

Annual 
Projected 
Target 2012- 
13 

Good 

Governance 
and Public 
Participation 

Administration 
and Governance 
support 

% management 
committee 
resolutions related 
to department 
implemented 
within timeframes 

85% 

85% 

85% 

85% 

85% 

85% 

85% 

Good 

Governance 
and Public 
Partici nation 

Administration 
and Governance 
support 

#Departmental 
meetings held 

3 

6 

9 

12 

12 

12 

12 

Good 

Governance 
and Public 
Participation 

Customer care 

% reported service 
delivery complaints 
related to 
department 
addressed within 30 
calendar days after 
reporting 

100% 

100% 

100% 

100% 

100% 

100% 

100% 

Good 

Governance 
and Public 
Participation 

Legal Services 

% service level 
agreements 
provided by Service 
Providers referred 
to Corporate 
services prior to 
signing per 
department 

100% 

100% 

100% 

100% 

100% 

100% 

100% 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes; 

Function: Manager Technical Services Vote: 0005 

Sub-functions: Water & Sanitation 

Roads & Stormwater 
Building Inspectorate 
Operation and maintenance 
PMU 


KPA 

Programme/ 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End Dec 
2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010- 
11 

Annual 
Projected 
Target 2011- 
12 

Annual 
Projected 
Target 2012- 
13 

Good 

Governance 
and Public 
Participation 

Monitoring and 
Evaluation 

#quarterly 
calculators 
completed by 15th 
after the end of 
nrpviniiqniiartpr 

1 

2 

3 

4 

4 

4 

4 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes; 

Function: Manager Community Services Vote: 0006 

Sub-functions: Waste Management 

Environmental Management 
Sport & Recreational 
Parks and sidewalks 
Library Services 
Cemeteries 


KPA 

Programme/ 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End Dec 
2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010- 
11 

Annual 
Projected 
Target 2011- 
12 

Annual 
Projected 
Target 2012- 
13 

Service 
Delivery and 
Infrastructure 

Refuse removal 
and solid waste 
disposal 

New landfill site 
functional and 
available 

Not applicable 
this quarter 

100% 

Not applicable 
this quarter 

Not applicable 
this quarter 

100% 



Service 
Delivery and 
Infrastructure 

Refuse removal 
and solid waste 
disposal 

#waste storage 
receptacles acquired 
y.t.d. 

Not applicable 
this quarter 

25 

25 

25 

25 

25 

25 

Service 
Delivery and 
Infrastructure 

Refuse removal 
and solid waste 
disposal 

#clean up 
campaigns held 
y.t.d. 

1 

2 

3 

4 

4 

4 

4 

Service 
Delivery and 
Infrastructure 

Refuse removal 
and solid waste 
disposal 

Volume (cubic 
metre) of waste 
collected y.t.d. 

38000 

72000 

110000 

148000 

148000 

140000 

135000 

Service 
Delivery and 
Infrastructure 

Refuse removal 
and solid waste 
disposal 

% illegal dumping 
responded to within 
24 hours 

100% 

100% 

100% 

100% 

100% 

100% 

100% 

Service 
Delivery and 
Infrastructure 

Cemeteries 

% graves available 
within 48 hrs of 
application 

100% 

100% 

100% 

100% 

100% 

100% 

100% 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes; 

Function: Manager Community Services Vote: 0006 

Sub-functions: Waste Management 

Environmental Management 
Sport & Recreational 
Parks and sidewalks 
Library Services 
Cemeteries 


KPA 

Programme/ 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End Dec 
2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annuai 
Projected 
Target 2010- 
11 

Annuai 
Projected 
Target 2011- 
12 

Annuai 
Projected 
Target 2012- 
13 

Service 
Delivery and 
Infrastructure 

Cemeteries 

% cemeteries 
maintained monthly 

100% 

100% 

100% 

100% 

100% 

100% 

100% 

Service 
Delivery and 
Infrastructure 

Cemeteries 

% implementation 
of cemetery 
ablution monthly 
maintenance cycles 

100% 

100% 

100% 

100% 

100% 

100% 

100% 

Service 
Delivery and 
Infrastructure 

Libraries 

#new library 
partnerships 
established with 
schools v.t.d. 

Not applicable 
this quarter 

1 

1 

1 

1 

1 

1 

Service 
Delivery and 
Infrastructure 

Libraries 

# library 
programmes 
implemented per 
Quarter 

2 

Not applicable 
this quarter 

1 

1 

4 

4 

4 

Service 
Delivery and 
Infrastructure 

Sports, ArtsSi 
Culture 

% sport facilities 
maintained on a 
monthly basis 

100% 

100% 

100% 

100% 

100% 

100% 

100% 

Service 
Delivery and 
Infrastructure 

Project 

Management 

% projects started 
on time per 
department 

80% 

80% 

80% 

80% 

80% 

90% 

95% 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes; 

Function: Manager Community Services Vote: 0006 

Sub-functions: Waste Management 

Environmental Management 
Sport & Recreational 
Parks and sidewalks 
Library Services 
Cemeteries 


KPA 

Programme/ 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End Dec 
2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010- 
11 

Annual 
Projected 
Target 2011- 
12 

Annual 
Projected 
Target 2012- 
13 

Service 
Delivery and 
Infrastructure 

Project 

Management 

% projects 
competed on time 
per department 

80% 

80% 

80% 

80% 

80% 

90% 

95% 

Service 
Delivery and 
Infrastructure 

Project 

Management 

% projects 
competed within 
budget per 
deoartment 

80% 

80% 

80% 

80% 

80% 

90% 

95% 

Service 
Delivery and 
Infrastructure 

Project 

Management 

% of projects 
completed that 
achieved the 
specifications of the 
project per 

ripnart-mpnt- 

80% 

80% 

80% 

80% 

80% 

90% 

95% 

Service 
Delivery and 
Infrastructure 

Turn Around 
Strategy 

%TAS Resolutions 
Implemented within 
timeframes per 
deoartment 

10% 

30% 

40% 

50% 

50% 

60% 

100% 

Social and 
Local 
Economic 
Develooment 

job Creation 

#of jobs created 
through IDP projects 
per department 

25 

25 

25 

25 

25 

25 

25 

M unicipal 
Financial 
Viability 

Budget and 
Expenditure 
Management 

Cooperating budget 
variance per 
department YTD 

10% 

10% 

10% 

10% 

10% 

10% 

10% 


38 


Performance Indicators and Targets for the following Functions, Sub-functions and Votes; 

Function: Manager Community Services Vote: 0006 

Sub-functions: Waste Management 

Environmental Management 
Sport & Recreational 
Parks and sidewalks 
Library Services 
Cemeteries 


KPA 

Programme/ 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End Dec 
2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annuai 
Projected 
Target 2010- 
11 

Annuai 
Projected 
Target 2011- 
12 

Annuai 
Projected 
Target 2012- 
13 

M unicipal 
Financial 
Viability 

Supply Chain 
Management 

% Tenders evaluated 
within 35 days of 
closure offender 
per department and 
all relevant 
information / 
documentation 
supplied to Supply 
Chain 

100% 

100% 

100% 

100% 

100% 

100% 

100% 

M unicipal 
Transformatio 
n and 

Institutional 

Development 

Training and 
Development 

Training needs 
analysis submitted 
by end February 
every year per 
department 

Not applicable 
this quarter 

Not applicable 
this quarter 

100% 

Not applicable 
this quarter 

100% 

100% 

100% 

Good 

Governance 
and Public 
Particioation 

Auditing 

%of AG audit 
queries related to 
department 
resolved 

Not applicable 
this quarter 

20% 

60% 

100% 

100% 

100% 

100% 

Good 

Governance 
and Public 
Particioation 

Auditing 

%of identified risks 
addressed per 
department 

25% 

50% 

75% 

100% 

100% 

100% 

100% 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes; 

Function: Manager Community Services Vote: 0006 

Sub-functions: Waste Management 

Environmental Management 
Sport & Recreational 
Parks and sidewalks 
Library Services 
Cemeteries 


KPA 

Programme/ 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End Dec 
2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010- 
11 

Annual 
Projected 
Target 2011- 
12 

Annual 
Projected 
Target 2012- 
13 

Good 

Governance 
and Public 
Participation 

Auditing 

% internal audit 
queries resolved 
within agreed 
timeframes from 
issuing of internal 
audit report per 

rlpnartmpnt 

100% 

100% 

100% 

100% 

100% 

100% 

100% 

Good 

Governance 
and Public 
Participation 

Asset 

Management 

% damaged, lost or 
stolen assets 
reported with 
relevant 

documentation to 
Finance within 21 

Ha\,c nf Hicrn\/Qr\, 

100% 

100% 

100% 

100% 

100% 

100% 

100% 

Good 

Governance 
and Public 
Participation 

Administration 
and Governance 
support 

% of council item 
submitted on time 
to Corporate 
services per 
dpnartmpnt 

100% 

100% 

100% 

100% 

100% 

100% 

100% 

Good 

Governance 
and Public 
Participation 

Administration 
and Governance 
support 

% Council 
resolutions related 
to department 
implemented within 
timeframe 

85% 

85% 

85% 

85% 

85% 

85% 

85% 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes; 

Function: Manager Community Services Vote: 0006 

Sub-functions: Waste Management 

Environmental Management 
Sport & Recreational 
Parks and sidewalks 
Library Services 
Cemeteries 


KPA 

Programme/ 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End Dec 
2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010- 
11 

Annual 
Projected 
Target 2011- 
12 

Annual 
Projected 
Target 2012- 
13 

Good 

Governance 
and Public 
Participation 

Administration 
and Governance 
support 

% management 
committee 
resolutions related 
to department 
implemented 
within timeframes 

85% 

85% 

85% 

85% 

85% 

85% 

85% 

Good 

Governance 
and Public 
Particioation 

Administration 
and Governance 
support 

#Departmental 
meetings held 

1 

2 

3 

4 

4 

4 

4 

Good 

Governance 
and Public 
Participation 

Customer care 

% reported service 
delivery complaints 
related to 
department 
addressed within 30 
calendar days after 
reporting 

100% 

100% 

100% 

100% 

100% 

100% 

100% 

Good 

Governance 
and Public 
Participation 

Legal Services 

% service level 
agreements 
provided by Service 
Providers referred 
to Corporate 
services prior to 
signing per 
department 

100% 

100% 

100% 

100% 

100% 

100% 

100% 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes; 

Function: Manager Community Services Vote: 0006 

Sub-functions: Waste Management 

Environmental Management 
Sport & Recreational 
Parks and sidewalks 
Library Services 
Cemeteries 


KPA 

Programme/ 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End Dec 
2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010- 
11 

Annual 
Projected 
Target 2011- 
12 

Annual 
Projected 
Target 2012- 
13 

Good 

Governance 
and Public 
Partici nation 

Legal Services 

% policies reviewed 
annually per 
department 

Not applicable 
this quarter 

Not applicable 
this quarter 

Not applicable 
this quarter 

100% 

100% 

100% 

100% 

Good 

Governance 
and Public 
Partici nation 

Legal Services 

#By laws undergone 
public participation 
y.t.d (cemeteries) 

1 

Not applicable 
this quarter 

Not applicable 
this quarter 

Not applicable 
this quarter 

1 



Good 

Governance 
and Public 
Partici nation 

Legal Services 

#new by-laws (open 
spaces) developed 
and approved 

Not applicable 
this quarter 

Not applicable 
this quarter 

Not applicable 
this quarter 

1 

1 



Good 

Governance 
and Public 
Participation 

Monitoring and 
Evaluation 

#quarterly 
calculators 
completed by 15th 
after the end of 

nrpviniK niiartpr 

1 

2 

3 

4 

4 

4 

4 

Good 

Governance 
and Public 
Participation 

Fleet 

Management 

Compliance to 
service intervals of 
fleet vehicles (# 
times vehicles were 
serviced within 
service intervals / # 
vehicles serviced) 
per department 

100% 

100% 

100% 

100% 

100% 

100% 

100% 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes: 

Function: Manager Traffic and Emergency Vote: 0007 

Sub-functions: Security 


Traffic 

Fire 

Licenses 


KPA 

Programme / 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End Dec 
2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010-11 

Annual 
Projected 
Target 2011-12 

Annual 
Projected 
Target 2012-13 

Service 
Delivery and 
Infrastructure 

Safety and 
security 

#security points 
guarded 24 Firs / # 
security points as % 

100% 

100% 

100% 

100% 

100% 

100% 

100% 

Service 
Delivery and 
Infrastructure 

Disaster 

Management 

% Disaster incidents 
reached within 1 
Flour of reporting 

80% 

80% 

80% 

80% 

80% 

85% 

90% 

Service 
Delivery and 
Infrastructure 

Fire Services 

#flammable liquid 
facilities inspected 
p.a./ #flammable 
liquid facilities as % 

10% 

50% 

80% 

100% 

100% 

100% 

100% 

Service 
Delivery and 
Infrastructure 

Fire Services 

#flammable liquid 
transport vehicles 
inspected p.a. / # 
flammable liquid 
vehicles that are 
operational within 
municipal area as% 

10% 

50% 

80% 

100% 

100% 

100% 

100% 

Service 
Delivery and 
Infrastructure 

Fire Services 

#fire prevention 
awareness sessions 
at schools 

15 

20 

35 

40 

40 

40 

40 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes: 

Function: Manager Traffic and Emergency Vote: 0007 

Sub-functions: Security 


Traffic 

Fire 

Licenses 


KPA 

Programme / 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End Dec 
2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010-11 

Annual 
Projected 
Target 2011-12 

Annual 
Projected 
Target 2012-13 

Service 
Delivery and 
Infrastructure 

Fire Services 

% emergency 
incidents arrived at 
within 60 minutes 
from dispatch 

80% 

80% 

80% 

80% 

80% 

85% 

90% 

Service 
Delivery and 
Infrastructure 

Road safety and 
traffic control 

#Road safety 
awareness 
campaigns held 
v.t.d. 

20 

30 

50 

60 

60 

60 

60 

Service 
Delivery and 
Infrastructure 

Road safety and 
traffic control 

% scholar patrol 
points monitored at 
least once a month 

100% 

100% 

100% 

100% 

100% 

100% 

100% 

Service 
Delivery and 
Infrastructure 

Road safety and 
traffic control 

#warrants of arrest 
executed / # 
warrants of arrest 
issued as % 

25% 

25% 

25% 

25% 

25% 

30% 

40% 

Service 
Delivery and 
Infrastructure 

Licensing 

% complaints 
regarding driver 
licenses resolved 
within 21-davs 

70% 

70% 

70% 

70% 

70% 

75% 

80% 

Service 
Delivery and 
Infrastructure 

Licensing 

% complaints 
regarding vehicle 
licenses resolved 
within 21-davs 

70% 

70% 

70% 

70% 

70% 

75% 

80% 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes: 

Function: Manager Traffic and Emergency Vote: 0007 

Sub-functions: Security 


Traffic 

Fire 

Licenses 


KPA 

Programme / 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End Dec 
2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010-11 

Annual 
Projected 
Target 2011-12 

Annual 
Projected 
Target 2012-13 

Service 
Delivery and 
Infrastructure 

Project 

Management 

% projects started 
on time per 
department 

80% 

80% 

80% 

80% 

80% 

90% 

95% 

Service 
Delivery and 
Infrastructure 

Project 

Management 

% projects 
competed on time 
per department 

80% 

80% 

80% 

80% 

80% 

90% 

95% 

Service 
Delivery and 
Infrastructure 

Project 

Management 

% projects 
competed within 
budget per 
deoartment 

80% 

80% 

80% 

80% 

80% 

90% 

95% 

Service 
Delivery and 
Infrastructure 

Project 

Management 

% of projects 
completed that 
achieved the 
specifications of the 
project per 
ripnartmpnt- 

80% 

80% 

80% 

80% 

80% 

90% 

95% 

Service 
Delivery and 
Infrastructure 

Turn Around 
Strategy 

%TAS Resolutions 
Implemented within 
timeframes per 
deoartment 

10% 

30% 

40% 

50% 

50% 

60% 

100% 

M unicipal 
Financial 
Viability 

Budget and 
Expenditure 
Management 

Cooperating budget 
variance per 
department YTD 

10% 

10% 

10% 

10% 

10% 

10% 

10% 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes: 

Function: Manager Traffic and Emergency Vote: 0007 

Sub-functions: Security 


Traffic 

Fire 

Licenses 


KPA 

Programme / 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End Dec 
2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010-11 

Annual 
Projected 
Target 2011-12 

Annual 
Projected 
Target 2012-13 

M unicipal 
Financial 
Viability 

Supply Chain 
Management 

% Tenders evaluated 
within 35 days of 
closure of tender 
per department and 
all relevant 
information / 
documentation 
supplied to Supply 
Chain 

100% 

100% 

100% 

100% 

100% 

100% 

100% 

M unicipal 
Transformatio 
n and 

Institutional 

Development 

Training and 
Development 

Training needs 
analysis submitted 
by end February 
every year per 
department 

Not applicable 
this quarter 

Not applicable 
this quarter 

100% 

Not applicable 
this quarter 

100% 

100% 

100% 

Good 

Governance 
and Public 
Particioation 

Auditing 

%of AG audit 
queries related to 
department 
resolved 

Not applicable 
this quarter 

20% 

60% 

100% 

100% 

100% 

100% 

Good 

Governance 
and Public 
Particioation 

Auditing 

% of identified risks 
addressed per 
department 

25% 

50% 

75% 

100% 

100% 

100% 

100% 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes: 

Function: Manager Traffic and Emergency Vote: 0007 

Sub-functions: Security 


Traffic 

Fire 

Licenses 


KPA 

Programme / 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End Dec 
2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010-11 

Annual 
Projected 
Target 2011-12 

Annual 
Projected 
Target 2012-13 

Good 

Governance 
and Public 
Participation 

Auditing 

% internal audit 
queries resolved 
within agreed 
timeframes from 
issuing of internal 
audit report per 
dpnartmpnt 

100% 

100% 

100% 

100% 

100% 

100% 

100% 

Good 

Governance 
and Public 
Participation 

Asset 

Management 

% damaged, lost or 
stolen assets 
reported with 
relevant 

documentation to 
Finance within 21 

Ha\/c: nf Hicrn\/pn( 

100% 

100% 

100% 

100% 

100% 

100% 

100% 

Good 

Governance 
and Public 
Participation 

Administration 
and Governance 
support 

% of council item 
submitted on time 
to Corporate 
services per 
deoartment 

100% 

100% 

100% 

100% 

100% 

100% 

100% 

Good 

Governance 
and Public 
Participation 

Administration 
and Governance 
support 

% Council 
resolutions related 
to department 
implemented within 
timeframe 

85% 

85% 

85% 

85% 

85% 

85% 

85% 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes: 

Function: Manager Traffic and Emergency Vote: 0007 

Sub-functions: Security 


Traffic 

Fire 

Licenses 


KPA 

Programme / 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End Dec 
2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010-11 

Annual 
Projected 
Target 2011-12 

Annual 
Projected 
Target 2012-13 

Good 

Governance 
and Public 
Participation 

Administration 
and Governance 
support 

% management 
committee 
resolutions related 
to department 
implemented within 
timeframes 

85% 

85% 

85% 

85% 

85% 

85% 

85% 

Good 

Governance 
and Public 
Particioation 

Administration 
and Governance 
support 

#Departmental 
meetings held 

3 

6 

9 

12 

12 

12 

12 

Good 

Governance 
and Public 
Participation 

Customer care 

% reported service 
delivery complaints 
related to 
department 
addressed within 30 
calendar days after 
reporting 

100% 

100% 

100% 

100% 

100% 

100% 

100% 

Good 

Governance 
and Public 
Participation 

Legal Services 

% service level 
agreements 
provided by Service 
Providers referred 
to Corporate 
services prior to 
signing per 
department 

100% 

100% 

100% 

100% 

100% 

100% 

100% 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes: 

Function: Manager Traffic and Emergency Vote: 0007 

Sub-functions: Security 


Traffic 

Fire 

Licenses 


KPA 

Programme / 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End Dec 
2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010-11 

Annual 
Projected 
Target 2011-12 

Annual 
Projected 
Target 2012-13 

Good 

Governance 
and Public 
Particioation 

Legal Services 

% policies reviewed 
annually per 
department 

Not applicable 
this quarter 

Not applicable 
this quarter 

Not applicable 
this quarter 

100% 

100% 

100% 

100% 

Good 

Governance 
and Public 
Participation 

Monitoring and 
Evaluation 

#quarterly 
calculators 
completed by 15th 
after the end of 
nrevioijsnuarter 

1 

2 

3 

4 

4 

4 

4 

Good 

Governance 
and Public 
Participation 

Fleet 

Management 

Compliance to 
service intervals of 
fleet vehicles (# 
times vehicles were 
serviced within 
service intervals / # 
vehicles serviced) 
per department 

100% 

100% 

100% 

100% 

100% 

100% 

100% 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes: 

Function: M anager Electrical Services Vote: 0008 

Sub-functions: Maintenance and Loss Control (Urban), New projects 


Maintenance and Loss Control (Rural), New projects 
Public lighting 


KPA 

Programme / 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End Dec 
2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010-11 

Annual 
Projected 
Target 2011-12 

Annual 
Projected 
Target 2012-13 

Service 
Delivery and 
Infrastructure 

Access to 
Electricity 

% of new electricity 
connections 
provided in licensed 
distribution area 
within 1 month of 
application 

100% 

100% 

100% 

100% 

100% 

100% 

100% 

Service 
Delivery and 
Infrastructure 

Access to 
Electricity 

#of new electricity 
connections in 
ESKOM supply area 
p.a. 

Not applicable 
this quarter 

Not applicable 
this quarter 

615 

2100 

(depending on 
ESKOM 

commitment) 

2100 

(depending on 
ESKOM 

commitment) 

2000 

2500 

Service 
Delivery and 
Infrastructure 

Access to 
Electricity 

#energy 
conservation 
workshops held 
v.t.d. 

Not applicable 
this quarter 

1 

1 

1 

1 

1 

1 

Service 
Delivery and 
Infrastructure 

Access to 
Electricity 

#of new streetlights 
installed 

Not applicable 
this quarter 

250 

250 

250 

250 



Service 
Delivery and 
Infrastructure 

Access to 
Electricity 

#of Farm labour 
houses electrified 

Not applicable 
this quarter 

Not applicable 
this quarter 

15 

15 

15 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes: 

Function: M anager Electrical Services Vote: 0008 

Sub-functions: Maintenance and Loss Control (Urban), New projects 


Maintenance and Loss Control (Rural), New projects 
Public lighting 


KPA 

Programme / 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End Dec 
2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010-11 

Annual 
Projected 
Target 2011-12 

Annual 
Projected 
Target 2012-13 

Service 
Delivery and 
Infrastructure 

Access to 
Electricity 

#meter boxes 
maintained 

15 

30 

45 

60 

60 

60 

60 

Service 
Delivery and 
Infrastructure 

Access to 
Electricity 

#auto reclosures 
maintained 

Not applicable 
this quarter 

4 

4 

4 

4 

4 

4 

Service 
Delivery and 
Infrastructure 

Access to 
Electricity 

#substations 

maintained 

1 

2 

3 

4 

4 

4 

4 

Service 
Delivery and 
Infrastructure 

Access to 
Electricity 

#km overhead lines 
refurbished 

Not applicable 
this quarter 

Not applicable 
this quarter 

Not applicable 
this quarter 

15 

15 

15 

15 

Service 
Delivery and 
Infrastructure 

Project 

Management 

% projects started 
on time per 
department 

80% 

80% 

80% 

80% 

80% 

90% 

95% 

Service 
Delivery and 
Infrastructure 

Project 

Management 

% projects 
competed on time 
per department 

80% 

80% 

80% 

80% 

80% 

90% 

95% 

Service 
Delivery and 
Infrastructure 

Project 

Management 

% projects 
competed within 
budget per 
deoartment 

80% 

80% 

80% 

80% 

80% 

90% 

95% 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes: 

Function: M anager Electrical Services Vote: 0008 

Sub-functions: Maintenance and Loss Control (Urban), New projects 


Maintenance and Loss Control (Rural), New projects 
Public lighting 


KPA 

Programme / 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End Dec 
2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010-11 

Annual 
Projected 
Target 2011-12 

Annual 
Projected 
Target 2012-13 

Service 
Delivery and 
Infrastructure 

Project 

Management 

% of projects 
completed that 
achieved the 
specifications of the 
project per 
dpnartmpnt- 

80% 

80% 

80% 

80% 

80% 

90% 

95% 

Service 
Delivery and 
Infrastructure 

Turn Around 
Strategy 

%TAS Resolutions 
Implemented within 
timeframes per 
deoartment 

10% 

30% 

40% 

50% 

50% 

60% 

100% 

Social and 
Local 
Economic 
Develooment 

job Creation 

#of jobs created 
through IDP projects 
per department 

15 

35 

35 

35 

35 

40 

45 

M unicipal 
Financial 
Viability 

Budget and 
Expenditure 
Management 

Cooperating budget 
variance per 
department YTD 

10% 

10% 

10% 

10% 

10% 

10% 

10% 

M unicipal 
Financial 
Viability 

Supply Chain 
Management 

% Tenders evaluated 
within 35 days of 
closure of tender 
per department and 
all relevant 
information / 
documentation 
supplied to Supply 
Chain 

100% 

100% 

100% 

100% 

100% 

100% 

100% 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes: 

Function: M anager Electrical Services Vote: 0008 

Sub-functions: Maintenance and Loss Control (Urban), New projects 


Maintenance and Loss Control (Rural), New projects 
Public lighting 


KPA 

Programme / 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End Dec 
2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010-11 

Annual 
Projected 
Target 2011-12 

Annual 
Projected 
Target 2012-13 

M unicipal 
Transformatio 
n and 

Institutional 

Development 

Training and 
Development 

Training needs 
analysis submitted 
by end February 
every year per 
department 

Not applicable 
this quarter 

Not applicable 
this quarter 

100% 

Not applicable 
this quarter 

100% 

100% 

100% 

Good 

Governance 
and Public 
Particioation 

Auditing 

%of AG audit 
queries related to 
department 
resolved 

Not applicable 
this quarter 

20% 

60% 

100% 

100% 

100% 

100% 

Good 

Governance 
and Public 
Particioation 

Auditing 

% of identified risks 
addressed per 
department 

25% 

50% 

75% 

100% 

100% 

100% 

100% 

Good 

Governance 
and Public 
Participation 

Auditing 

% internal audit 
queries resolved 
within agreed 
timeframes from 
issuing of internal 
audit report per 

rionartmpnt 

100% 

100% 

100% 

100% 

100% 

100% 

100% 

Good 

Governance 
and Public 
Participation 

Asset 

Management 

% damaged, lost or 
stolen assets 
reported with 
relevant 

documentation to 
Finance within 21 

Ha\;c nf Hicrn\/f>n( 

100% 

100% 

100% 

100% 

100% 

100% 

100% 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes: 

Function: M anager Electrical Services Vote: 0008 

Sub-functions: Maintenance and Loss Control (Urban), New projects 


Maintenance and Loss Control (Rural), New projects 
Public lighting 


KPA 

Programme / 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End Dec 
2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010-11 

Annual 
Projected 
Target 2011-12 

Annual 
Projected 
Target 2012-13 

Good 

Governance 
and Public 
Participation 

Administration 
and Governance 
support 

% of council item 
submitted on time 
to Corporate 
services per 
deoartment 

100% 

100% 

100% 

100% 

100% 

100% 

100% 

Good 

Governance 
and Public 
Participation 

Administration 
and Governance 
support 

% Council 
resolutions related 
to department 
implemented within 
timeframe 

85% 

85% 

85% 

85% 

85% 

85% 

85% 

Good 

Governance 
and Public 
Participation 

Administration 
and Governance 
support 

% management 
committee 
resolutions related 
to department 
implemented within 
timeframes 

85% 

85% 

85% 

85% 

85% 

85% 

85% 

Good 

Governance 
and Public 
Particioation 

Administration 
and Governance 
support 

#Departmental 
meetings held 

3 

6 

9 

12 

12 

12 

12 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes: 

Function: M anager Electrical Services Vote: 0008 

Sub-functions: Maintenance and Loss Control (Urban), New projects 


Maintenance and Loss Control (Rural), New projects 
Public lighting 


KPA 

Programme / 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End Dec 
2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010-11 

Annual 
Projected 
Target 2011-12 

Annual 
Projected 
Target 2012-13 

Good 

Governance 
and Public 
Participation 

Customer care 

% reported service 
delivery complaints 
related to 
department 
addressed within 30 
calendar days after 
reporting 

100% 

100% 

100% 

100% 

100% 

100% 

100% 

Good 

Governance 
and Public 
Participation 

Legal Services 

% service level 
agreements 
provided by Service 
Providers referred 
to Corporate 
services prior to 
signing per 
department 

100% 

100% 

100% 

100% 

100% 

100% 

100% 

Good 

Governance 
and Public 
Particioation 

Legal Services 

#By laws undergone 
public participation 
y.t.d. 

1 

1 

1 

1 

1 



Good 

Governance 
and Public 
Participation 

Monitoring and 
Evaluation 

#quarterly 
calculators 
completed by 15th 
after the end of 
nrevioijsnuarter 

1 

2 

3 

4 

4 

4 

4 
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Performance Indicators and Targets for the following Functions, Sub-functions and Votes: 

Function: M anager Electrical Services Vote: 0008 

Sub-functions: Maintenance and Loss Control (Urban), New projects 


Maintenance and Loss Control (Rural), New projects 
Public lighting 


KPA 

Programme / 
Focus Area 

Performance 

Indicators 

Target End 
Sept 2010 

Target End Dec 
2010 

Target End 
Mar 2011 

Target End 
June 2011 

Annual 
Projected 
Target 2010-11 

Annual 
Projected 
Target 2011-12 

Annual 
Projected 
Target 2012-13 

Good 

Governance 
and Public 
Participation 

Fleet 

Management 

Compliance to 
service intervals of 
fleet vehicles (# 
times vehicles were 
serviced within 
service intervals / # 
vehicles serviced) 
per department 

100% 

100% 

100% 

100% 

100% 

100% 

100% 
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PROI ECTS WORKS PLAN - PR|OECTS BY WARD 2010-2013 


VOTE 

NUMBER 

EUNCTION / SUB- 
FUNCTION 

KPA 

PROJECT NAME 

TOTAL 

CAPITAL 

BUDGET 

2010/2011 

TOTAL 

OPERATIONAL 

BUDGET 

2010/2011 

TOTAL 

CAPITAL 

BUDGET 

2011/2012 

TOTAL 

OPERATIONAL 

BUDGET 

2011/2012 

TOTAL 

CAPITAL 

BUDGET 

2012/2013 

TOTAL 

OPERATIONAL 

BUDGET 

2012/2013 

PLANNED 

START DATE 

PLANNED 

COM PLETION 
DATE 

2010/2011 

WARD NR 

000219112 

1055 

Occupational Health & 
Safety 

Transformation and 

Organisational 

development 

OHS M anagement System 
(This project has been 
broken down in the 
outputs below) 


1 000 000 





2010/01/07 

2011/06/30 

n.a. 

000219112 

1920 

Occupational Health & 
Safety 

Transformation and 

Organisational 

development 

Uniforms and Protective 
Clothing for: HR 

Personnel, First Aiders, 
Health & Safety Reps, 
Evacuation Team, 


44 377 





2010/01/07 

2011/06/30 

n.a. 

000219112 

1840 

Administration 

Transformation and 

Organisational 

development 

Training and Development 


645 001 





2010/01/07 

30/6/2011 

n.a. 

000255 

Administration 

Good Governance 
and Public 
Participation 

Call Centre 


1 200 000 


1 200 000 


1 200 000 

2010/09/01 

2010/12/31 

n.a. 

000259 

Administration 

Good Governance 
and Public 
Participation 

Wireless Connection to 

M ahwelereng 



200 000 




2011/09/01 

2011/12/31 

n.a. 

000259 

Administration 

Good Governance 
and Public 
Participation 

Anti Virus 


55 000 





2010/09/01 

2010/12/31 

n.a. 

000259 

Administration 

Good Governance 
and Public 
Participation 

Internet Cost 


24 371 





2010/08/30 

2011/06/30 

n.a. 

000259 

Administration 

Good Governance 
and Public 
Participation 

Website Hosting 


128 168 





2010/07/31 

2011/06/30 

n.a. 

2002/00/4/ 

30/0025 

Administration 

Good Governance 
and Public 
Participation 

10 Seater Vehicle 

350 000 






2010/05/07 

2010/09/30 

n.a. 
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PROI ECTS WORKS PLAN - PR|OECTS BY WARD 2010-2013 


VOTE 

NUMBER 

FUNCTION / SUB- 
FUNCTION 

KPA 

PROJECT NAME 

TOTAL 

CAPITAL 

BUDGET 

2010/2011 

TOTAL 

OPERATIONAL 

BUDGET 

2010/2011 

TOTAL 

CAPITAL 

BUDGET 

2011/2012 

TOTAL 

OPERATIONAL 

BUDGET 

2011/2012 

TOTAL 

CAPITAL 

BUDGET 

2012/2013 

TOTAL 

OPERATIONAL 

BUDGET 

2012/2013 

PLANNED 

START DATE 

PLANNED 

COM PLETION 
DATE 

2010/2011 

WARD NR 

2002/00/4/ 

30/0080 

Administration 

Good Governance 
and Public 
Participation 

Air conditioning 

50 000 






2010/05/07 

2010/10/31 

n.a. 

2002I00IAI 

30/1395 

Administration 

Good Governance 
and Public 
Participation 

Renovation of the hall 

100 000 






2010/05/07 

2010/12/31 

n.a. 

2002/00/4/ 

30/1575 

Administration 

Good Governance 
and Public 
Participation 

Steel Mop Trolley with 
mop press 

30 000 






2010/05/07 

2010/09/30 

n.a. 

2002/00/4/ 

30/1940 

Administration 

Good Governance 
and Public 
Participation 

Vacuum Cleaner 

20 000 






2010/05/07 

2010/09/30 

n.a. 

2002/00/4/ 

40/0020 

Administration 

Good Governance 
and Pubiic 
Participation 

Chairs 

40 000 






2010/05/07 

2010/09/30 

n.a. 

2002/00/4/ 

40/0570 

Administration 

Good Governance 
and Public 
Participation 

Refuse Trolleys 

5 000 






2010/05/07 

2010/09/30 

n.a. 

2002/00/4/ 

40/0180 

Administration 

Good Governance 
and Public 
Participation 

Flag poles 

6 500 






2010/05/07 

2010/09/30 

n.a. 

2002/00/4/ 

30/0661 

Administration 

Good Governance 
and Public 
Participation 

Fire resistent filling 
cabinets 

43 000 






2010/05/07 

2010/10/31 

n.a. 

2002/00/1/ 

12/0950 

Administration 

Good Governance 
and Public 
Participation 

M aterial and Stocks 

71357 






2010/05/07 

2011/06/30 

n.a. 
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PROI ECTS WORKS PLAN - PR|OECTS BY WARD 2010-2013 


VOTE 

NUMBER 

FUNCTION / SUB- 
FUNCTION 

KPA 

PROJECT NAME 

TOTAL 

CAPITAL 

BUDGET 

2010/2011 

TOTAL 

OPERATIONAL 

BUDGET 

2010/2011 

TOTAL 

CAPITAL 

BUDGET 

2011/2012 

TOTAL 

OPERATIONAL 

BUDGET 

2011/2012 

TOTAL 

CAPITAL 

BUDGET 

2012/2013 

TOTAL 

OPERATIONAL 

BUDGET 

2012/2013 

PLANNED 

START DATE 

PLANNED 

COM PLETION 
DATE 

2010/2011 

WARD NR 

2002/00/4/ 

30/0600 

Administration 

Good Governance 
and Public 
Participation 

Fax Machine 

2 500 






2010/05/07 

2010/09/30 

n.a. 

TOTAL FOR CORPORATE SERVICES 



718 357 

3 096917 

200 OOC 

1200000 

■ 

1 200 OOC 




200881 

Urban Maintenance 
and Loss Control 

Service Delivery and 
Infrastructure 

High mast lights - villages 

500 000 


2 600 000 


2 800 000 


2010/09/01 

2011/04/30 

5,14,18,29 

200880 

Rural Maintenance 
and New Projects 

Service Delivery and 
Infrastructure 

Upgrading of South 
Substation 

1000 






2010/07/01 

2010/12/31 

31 

200880 

Rural M aintenance 
and New Projects 

Service Delivery and 
Infrastructure 

Upgrading of North 
Substation 

6 000 






2010/07/01 

2010/12/31 

12 

200880 

Rural M aintenance 
and New Projects 

Service Delivery and 
Infrastructure 

Upgrading of West 
Substation 

60 000 






2010/07/01 

2010/12/31 

31 

200880 

Rural M aintenance 
and New Projects 

Service Delivery and 
Infrastructure 

Upgrading of Central 
Substation 

2 700 000 






2010/07/01 

2011/06/30 

32 

200881 

Rural M aintenance 
and New Projects 

Service Delivery and 
Infrastructure 

Solar power supply to 
dumping site 

150 000 






2010/07/01 

2010/10/31 

32 

200881 

Rural M aintenance 
and New Projects 

Service Delivery and 
Infrastructure 

Refurbishing of overhead 
lines 

800 000 


1300 000 


1 600 000 


2010/07/01 

2010/06/30 

16,23,22,32 

200880 

Urban Maintenance 
and Loss Control 

Service Delivery and 
Infrastructure 

Refurbishing of overhead 
lines 

100 000 


220 000 


240 000 


2010/07/01 

2010/06/30 

31,32 

200560 

Urban Maintenance 
and Loss Control 

Service Delivery and 
Infrastructure 

Install streetlights in 
Mahwelereng 

3 000 000 






2010/07/01 

2010/02/28 

24,26,27,28 

200722411 

0400 

Electrical Services 

Service Delivery and 
Infrastructure 

Traffic lights 

680 000 


510 000 




2010/07/01 

2011/03/31 

32 

TOTAL FOR ELEQRICITY SERVICES 



7 997 000 

■ 

4630 000 

■ 

4640 000 

■ 
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PROI ECTS WORKS PLAN - PR|OECTS BY WARD 2010-2013 


VOTE 

NUMBER 

FUNCTION / SUB- 
FUNCTION 

KPA 

PROJECT NAME 

TOTAL 

CAPITAL 

BUDGET 

2010/2011 

TOTAL 

OPERATIONAL 

BUDGET 

2010/2011 

TOTAL 

CAPITAL 

BUDGET 

2011/2012 

TOTAL 

OPERATIONAL 

BUDGET 

2011/2012 

TOTAL 

CAPITAL 

BUDGET 

2012/2013 

TOTAL 

OPERATIONAL 

BUDGET 

2012/2013 

PLANNED 

START DATE 

PLANNED 

COM PLETION 
DATE 

2010/2011 

WARD NR 

0004/93/1/ 

12/0660 

Planning 

Spatial and 

Environmental 

Management 

GIS Upgrade Si 
I mplementation of Web 
Based Town Planning 
Application 


241 396 


20 000 


210 000 

2010/07/01 

2011/06/30 

n.a. 

0004/92/1/ 

12/0270 

LED 

Spatial and 

Environmental 

Management 

Review LED strategy 


500 000 


525 000 


551 250 

2010/07/01 

2011/06/30 

n.a 

2004 

Household Sanitation 

Service Delivery and 
Infrastructure 

Household Sanitation 

4 540 000 


6 000 000 




2010/07/01 

2010/12/31 


TOTAL FOR DEVELOPM ENT SERVICES 


■ 

741 396 

■ 

545 OOC 

■ 

761 25C 




200357 

Finance: manager's 
office 

Good Governance 
and Public 
Participation 

Purchasing of 2 x accounts 
printers 

260 000 






2010/07/15 

2010/09/30 

n.a. 

200358 

Procurement 

Good Governance 
and Public 
Participation 

2 X computers 

20 000 






2010/07/15 

2010/09/30 

n.a. 

200358 

Procurement 

Good Governance 
and Public 
Participation 

2 X tables 

6 000 






2010/07/15 

2010/09/30 

n.a. 

200358 

Procurement 

Good Governance 
and Public 
Participation 

2 xaircon 

10 000 






2010/07/15 

2010/09/30 

n.a. 

200358 

Procurement 

Good Governance 
and Public 
Participation 

2 X printers 

6 000 






2010/07/15 

2010/09/30 

n.a. 

200358 

Procurement 

Good Governance 
and Public 
Participation 

4 X roller door filing 
cabinet 

10 000 






2010/07/15 

2010/09/30 

n.a. 

200358 

Procurement 

Good Governance 
and Public 
Participation 

2 X swivel arm chair 

3 000 






2010/07/15 

2010/09/30 

n.a. 
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PROI ECTS WORKS PLAN - PR|OECTS BY WARD 2010-2013 


VOTE 

NUMBER 

FUNCTION / SUB- 
FUNCTION 

KPA 

PROJECT NAME 

TOTAL 

CAPITAL 

BUDGET 

2010/2011 

TOTAL 

OPERATIONAL 

BUDGET 

2010/2011 

TOTAL 

CAPITAL 

BUDGET 

2011/2012 

TOTAL 

OPERATIONAL 

BUDGET 

2011/2012 

TOTAL 

CAPITAL 

BUDGET 

2012/2013 

TOTAL 

OPERATIONAL 

BUDGET 

2012/2013 

PLANNED 

START DATE 

PLANNED 

COM PLETION 
DATE 

2010/2011 

WARD NR 

200358 

Procurement 

Good Governance 
and Pubiic 
Participation 

2 X dustbins 

400 






2010/07/15 

2010/09/30 

n.a. 

200358 

Budget & Treasury 

Good Governance 
and Pubiic 
Participation 

2 X calculators 

1000 






2010/07/15 

2010/09/30 

n.a. 

200358 

Budget & Treasury 

Good Governance 
and Pubiic 
Participation 

2 X bins 

500 






2010/07/15 

2010/09/30 

n.a. 

200358 

Interns 

Good Governance 
and Pubiic 
Participation 

2 X highback chairs 

8 000 






2010/07/15 

2010/09/30 

n.a. 

200358 

Interns 

Good Governance 
and Public 
Participation 

2 X tables 

6 000 






2010/07/15 

2010/09/30 

n.a. 

200358 

Interns 

Good Governance 
and Public 
Participation 

4 X laptops 

74 000 






2010/07/15 

2010/09/30 

n.a. 

TOTAL FOR FINANCES 



404900 









200669 

Waste Management 

Service Delivery and 
Infrastructure 

Landfil development 

300 000 






2010/07/01 

2010/12/31 

3 

200620 

Library Services 

Service Delivery and 
Infrastructure 

Construction of a 

Library 





15 000 000 


2012/07/01 

2013/06/30 

28 

200643 

Sport & Recreation 

Service Delivery and 
Infrastructure 

Sport Node 



15 000 000 




2011/07/01 

2012/06/30 

27 

TOTAL FOR COM M U NITY SERVICES 



300 000 

• 

15 000000 

■ 

15 000000 

• 
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PROI ECTS WORKS PLAN - PR|OECTS BY WARD 2010-2013 


VOTE 

NUMBER 

FUNCTION / SUB- 
FUNCTION 

KPA 

PROJECT NAME 

TOTAL 

CAPITAL 

BUDGET 

2010/2011 

TOTAL 

OPERATIONAL 

BUDGET 

2010/2011 

TOTAL 

CAPITAL 

BUDGET 

2011/2012 

TOTAL 

OPERATIONAL 

BUDGET 

2011/2012 

TOTAL 

CAPITAL 

BUDGET 

2012/2013 

TOTAL 

OPERATIONAL 

BUDGET 

2012/2013 

PLANNED 

START DATE 

PLANNED 

COM PLETION 
DATE 

2010/2011 

WARD NR 

200356 

M unicipal Manager 

Good Governance 
and Public 
Participation 

Purchasing of 3 x Turn-0- 
File 

12 000 






2010/07/15 

2010/09/30 

n.a. 

200356 

M unicipal Manager 

Good Governance 
and Public 
Participation 

1 X Flatscreen 
computerJM M secretary) 

10 000 






2010/07/15 

2010/09/30 

n.a. 

200356 

M unicipal Manager 

Good Governance 
and Public 
Participation 

1 X laptop IPM 

15 000 






2010/07/15 

2010/09/30 

n.a. 

200356 

M unicipal Manager 

Good Governance 
and Public 
Participation 

IX printer IPM 

3 000 






2010/07/15 

2010/09/30 

n.a. 

200356 

M unicipal Manager 

Good Governance 
and Public 
Participation 

1 X table IPM 

3 500 






2010/07/15 

2010/09/30 

n.a. 

200356 

M unicipal Manager 

Good Governance 
and Public 
Participation 

IX chair IPM 

3 000 






2010/07/15 

2010/09/30 

n.a. 

200356 

Internal Audit 

Good Governance 
and Public 
Participation 

3xHighback chairs 

9 000 






2010/07/15 

2010/09/30 

n.a. 

200356 

Internal Audit 

Good Governance 
and Public 
Participation 

3 X tables 

18 000 






2010/07/15 

2010/09/30 

n.a. 

200356 

Internal Audit 

Good Governance 
and Public 
Participation 

Filing cabinet 

8 000 






2010/07/15 

2010/09/30 

n.a. 

200356 

Internal Audit 

Good Governance 
and Pubiic 
Participation 

LaserJet printer black and 
white 

3 000 






2010/07/15 

2010/09/30 

n.a. 
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PROI ECTS WORKS PLAN - PR|OECTS BY WARD 2010-2013 


VOTE 

NUMBER 

FUNCTION / SUB- 
FUNCTION 

KPA 

PROJECT NAME 

TOTAL 

CAPITAL 

BUDGET 

2010/2011 

TOTAL 

OPERATIONAL 

BUDGET 

2010/2011 

TOTAL 

CAPITAL 

BUDGET 

2011/2012 

TOTAL 

OPERATIONAL 

BUDGET 

2011/2012 

TOTAL 

CAPITAL 

BUDGET 

2012/2013 

TOTAL 

OPERATIONAL 

BUDGET 

2012/2013 

PLANNED 

START DATE 

PLANNED 

COM PLETION 
DATE 

2010/2011 

WARD NR 

200356 

Internal Audit 

Good Governance 
and Public 
Participation 

Pigeon hole 

4 000 






2010/07/15 

2010/09/30 

n.a. 

200356 

Risk M anagement 

Good Governance 
and Public 
Participation 

Laptop 

15 000 






2010/07/15 

2010/09/30 

n.a. 

200356 

Risk M anagement 

Good Governance 
and Public 
Participation 

Highback chair 

3 000 






2010/07/15 

2010/09/30 

n.a. 

200356 

Risk M anagement 

Good Governance 
and Public 
Participation 

2 X Visitors chairs 

6 000 






2010/07/15 

2010/09/30 

n.a. 

200356 

Risk M anagement 

Good Governance 
and Public 
Participation 

Table 

8 000 






2010/07/15 

2010/09/30 

n.a. 

200356 

Risk M anagement 

Good Governance 
and Public 
Participation 

Filing cabinet 

4 000 






2010/07/15 

2010/09/30 

n.a. 

200356 

Risk M anagement 

Good Governance 
and Public 
Participation 

LaserJet colour printer 

5 000 






2010/07/15 

2010/09/30 

n.a. 

TOTAL FOR THE OFFICE OF THE M UNICIPAL MANAGER 


129 500 

• 
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PROI ECTS WORKS PLAN - PR|OECTS BY WARD 2010-2013 


VOTE 

NUMBER 

FUNCTION / SUB- 
FUNCTION 

KPA 

PROJECT NAME 

TOTAL 

CAPITAL 

BUDGET 

2010/2011 

TOTAL 

OPERATIONAL 

BUDGET 

2010/2011 

TOTAL 

CAPITAL 

BUDGET 

2011/2012 

TOTAL 

OPERATIONAL 

BUDGET 

2011/2012 

TOTAL 

CAPITAL 

BUDGET 

2012/2013 

TOTAL 

OPERATIONAL 

BUDGET 

2012/2013 

PLANNED 

START DATE 

PLANNED 

COM PLETION 
DATE 

2010/2011 

WARD NR 

MLWS-4 

Water Services 

Service Delivery and 
Infrastructure 

GrasvIey Water 

2 000 000 






2010/07/01 

2010/12/31 


MLWS-1 

Water Services 

Service Delivery and 
Infrastructure 

M atebeleng /Nkaikwetsa 
Water Project 

1 200 000 






2010/07/01 

2010/12/31 


MLWS-2 

Water Services 

Service Delivery and 
Infrastructure 

M attanau Water Project 

1 700 000 






2010/07/01 

2010/12/31 


MLWS-3 

Water Services 

Service Delivery and 
Infrastructure 

M esopotamia/M oordkop 
pie Water Project 

1 200 000 






2010/07/01 

2010/12/31 


MLWS-5 

Water Services 

Service Delivery and 
Infrastructure 

Nelly Water Project 

1 500 000 






2010/07/01 

2010/12/31 


MLWS-5 

Water Services 

Service Delivery and 
Infrastructure 

Paulos Water Project 

2 000 000 






2010/07/01 

2010/12/31 


MLWS-6 

Water Services 

Service Delivery and 
Infrastructure 

Thabaleshoba Steel Tank 
Project 

1 000 000 






2010/07/01 

2010/11/30 


MLWS-7 

Water Services 

Service Delivery and 
Infrastructure 

Vergenoeg Steel Tank 
Project 

1 000 000 






2010/07/01 

2010/11/30 


MLWS-8 

Water Services 

Service Delivery and 
Infrastructure 

Nkidikitlana Steel Tank 
Project 

1 000 000 






2010/07/01 

2010/11/30 


MLWS-9 

Water Services 

Service Delivery and 
Infrastructure 

jakkalskui Steel Tank 
Project 

1 000 000 






2010/07/01 

2010/11/30 


M LWS-10 

Water Services 

Service Delivery and 
Infrastructure 

Tiberius Steel Tank Project 

1 000 000 






2010/07/01 

2010/11/30 


M LWS-11 

Water Services 

Service Delivery and 
Infrastructure 

Rapadi Extention Of 

Water Reticulation 

600 000 






2010/07/01 

2010/11/30 


M LWS-12 

Water Services 

Service Delivery and 
Infrastructure 

Tiberius Extention Of 
Water Reticulation 

400 000 






2010/07/01 

2010/11/30 
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PROI ECTS WORKS PLAN - PR|OECTS BY WARD 2010-2013 


VOTE 

NUMBER 

FUNCTION / SUB- 
FUNCTION 

KPA 

PROJECT NAME 

TOTAL 

CAPITAL 

BUDGET 

2010/2011 

TOTAL 

OPERATIONAL 

BUDGET 

2010/2011 

TOTAL 

CAPITAL 

BUDGET 

2011/2012 

TOTAL 

OPERATIONAL 

BUDGET 

2011/2012 

TOTAL 

CAPITAL 

BUDGET 

2012/2013 

TOTAL 

OPERATIONAL 

BUDGET 

2012/2013 

PLANNED 

START DATE 

PLANNED 

COM PLETION 
DATE 

2010/2011 

WARD NR 

MLWS-13 

Water Services 

Service Delivery and 
Infrastructure 

Chere Extention Of Water 
Reticulation 

400 000 






2010/07/01 

2010/11/30 


M LWS-14 

Water Services 

Service Delivery and 
Infrastructure 

Vergenoeg Extention Of 
Water Reticulation 

400 000 






2010/07/01 

2010/11/30 


M LWS-15 

Water Services 

Service Delivery and 
Infrastructure 

Thabaleshoba Extention 

Of Water Reticulation 

400 000 






2010/07/01 

2010/11/30 


MLWS-16 

Water Services 

Service Delivery and 
Infrastructure 

Bakenburg Central Water 
Scheme 

5 800 000 






2010/07/01 

2011/03/31 


WLWS-18 

Water Services 

Service Delivery and 
Infrastructure 

Construction Of (32) 
Concrete Pump Houses In 
Various Villages 

2 500 000 






2010/07/01 

2010/12/31 


M LWS-19 

Water Services 

Service Delivery and 
Infrastructure 

Rebone Water Project 

5 000 000 






2010/07/01 

2011/03/31 


M LWS-20 

Water Services 

Service Delivery and 
Infrastructure 

Lusaka/ Dikgo kgo peng 
Water Project 

1500 000 






2010/07/01 

2010/12/31 


MLWS-21 

Water Services 

Service Delivery and 
Infrastructure 

Drilling And Equipping Of 
New Boreholes In Various 
Villages 

2 000 000 






2010/07/01 

2010/12/31 


M LWS-22 

Water Services 

Service Delivery and 
Infrastructure 

Daggakraal Water Project 

700 000 






2010/07/01 

2010/12/31 


M LWS-23 

Water Services 

Service Delivery and 
Infrastructure 

M okobewater Project 

200 000 






2010/07/01 

2010/12/31 


M LWS-24 

Water Services 

Service Delivery and 
Infrastructure 

M agongoa Water Project 

200 000 






2010/07/01 

2010/12/31 


M LWS-25 

Water Services 

Service Delivery and 
Infrastructure 

Ham No. 1 Water Project 

200 000 






2010/07/01 

2010/12/31 


WLWS-27 

Water Services 

Service Delivery and 
Infrastructure 

Marulaneng Water 

Project 

1 300 000 






2010/07/01 

2010/12/31 
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PROI ECTS WORKS PLAN - PR|OECTS BY WARD 2010-2013 


VOTE 

NUMBER 

FUNCTION / SUB- 
FUNCTION 

KPA 

PROJECT NAME 

TOTAL 

CAPITAL 

BUDGET 

2010/2011 

TOTAL 

OPERATIONAL 

BUDGET 

2010/2011 

TOTAL 

CAPITAL 

BUDGET 

2011/2012 

TOTAL 

OPERATIONAL 

BUDGET 

2011/2012 

TOTAL 

CAPITAL 

BUDGET 

2012/2013 

TOTAL 

OPERATIONAL 

BUDGET 

2012/2013 

PLANNED 

START DATE 

PLANNED 

COM PLETION 
DATE 

2010/2011 

WARD NR 

MLWS-28 

Water Services 

Service Delivery and 
Infrastructure 

M olekane Water Project 

1 200 000 






2010/07/01 

2010/12/31 


ML5W-2 

Water Services 

Service Delivery and 
Infrastructure 

Rebone Sewer (Lining Of 
Tertiary Pond) 

3 000 000 






2010/07/01 

2011/02/28 


M LWS-32 

Water Services 

Service Delivery and 
Infrastructure 

Upgrading Of Existing 
Major Works (HlogoYa 
Nku.Sandsloot (M asenya 

St 

M abusela),Rietfontein,Ski 
rkfontein,Lennes,M phelo) 

3 800 000 






2010/07/01 

2010/12/31 


M LWS-33 

Water Services 

Service Delivery and 
Infrastructure 

Upgrading Of Minor 

Waterworks 

(Duren.M athapo.Sodoma) 

1 000 000 






2010/07/01 

2010/12/31 


M LWS-34 

Water Services 

Service Delivery and 
Infrastructure 

Extension Of Water 
Reticulation 

(Phafola,Lesodi,Sterkwate 

r) 

1 200 000 






2010/07/01 

2010/12/31 


M LWS-37 

Bulk water Services 

Service Delivery and 
Infrastructure 

Olifants River Water 
Project (Fb) 

28 000 000 






2010/07/01 

2011/06/30 


M LWS-29 

Sanitation Services 

Service Delivery and 
Infrastructure 

Mokopane Old Sewer : 
Refurbishment. 

4 200 000 






2010/07/01 

2011/03/31 


M LWS-37 

Bulk water Services 

Service Delivery and 
Infrastructure 

Olifants River Water 
Project (Fb) 

28 000 000 






2010/07/01 

2011/06/30 


TOTAL FOR WATER SERVICES 



106 600 000 

0 

0.00 

0.00 

0.00 

0.00 
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PROI ECTS WORKS PLAN - PR|OECTS BY WARD 2010-2013 


VOTE 

NUMBER 

FUNCTION / SUB- 
FUNCTION 

KPA 

PROJECT NAME 

TOTAL 

CAPITAL 

BUDGET 

2010/2011 

TOTAL 

OPERATIONAL 

BUDGET 

2010/2011 

TOTAL 

CAPITAL 

BUDGET 

2011/2012 

TOTAL 

OPERATIONAL 

BUDGET 

2011/2012 

TOTAL 

CAPITAL 

BUDGET 

2012/2013 

TOTAL 

OPERATIONAL 

BUDGET 

2012/2013 

PLANNED 

START DATE 

PLANNED 

COM PLETION 
DATE 

2010/2011 

WARD NR 

M LRS-12 

Road and Stormwater 
Services 

Service Delivery and 
Infrastructure 

M ahwelereng Dt Rampola 
Str Access Slabs And Edge 
Breaks 

2 000 000 






2010/07/01 

2010/12/31 


M LRS-14 

Road and Stormwater 
Services 

Service Delivery and 
Infrastructure 

Rehabilitation Of 

Maribashoek Road 

4 000 000 






2010/07/01 

31 JANUARY 
2010 


M LRS-2 

Road and Stormwater 
Services 

Service Delivery and 
Infrastructure 

M malepetleke Taxi Route 
Phase 3 

3 300 000 






2010/07/01 

2010/12/31 


M LRS-3 

Road and Stormwater 
Services 

Service Delivery and 
Infrastructure 

Leyden Taxi Route 

3 000 000 






2010/07/01 

2011/01/31 


M LRS-6 

Road and Stormwater 
Services 

Service Delivery and 
Infrastructure 

UitzightTaxi Route 

4 622 000 






2010/07/01 

30 MARCH 
2010 


M LRS-7 

Road and Stormwater 
Services 

Service Delivery and 
Infrastructure 

M ountain View Taxi Route 

3 200 000 






2010/07/01 

2011/01/31 


M LRS-17 

Road and Stormwater 
Services 

Service Delivery and 
Infrastructure 

Lennes Stormwater 

1000 000 






2010/07/01 

2010/11/30 


M LRS-13 

Road and Stormwater 
Services 

Service Delivery and 
Infrastructure 

Mahwelereng-Dudu 
Madisha Str Stormwater 
And Road Rehab 

2 000 000 






2010/07/01 

2010/12/31 


M LRS-15 

Road and Stormwater 
Services 

Service Delivery and 
Infrastructure 

M oshate Rehabilitation Of 
Taxi Route 

3 000 000 






2010/07/01 

2011/01/31 


MLRS-8 

Road and Stormwater 
Services 

Service Delivery and 
Infrastructure 

GaleliaTaxi Route 

4 000 000 






2010/07/01 

2011/01/31 


MLRS-9 

Road and Stormwater 
Services 

Service Delivery and 
Infrastructure 

MarulanengTaxi Route 

4 000 000 






2010/07/01 

2011/01/31 


MLRS-11 

Road and Stormwater 
Services 

Service Delivery and 
Infrastructure 

Sekuruwe Taxi Route 

4 000 000 






2010/07/01 

2011/01/31 


M LRS-18 

Road and Stormwater 
Services 

Service Delivery and 
Infrastructure 

Grasviei Stormwater 

1 000 000 






2010/07/01 

2010/11/30 
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PROI ECTS WORKS PLAN - PR|OECTS BY WARD 2010-2013 


VOTE 

NUMBER 

FUNCTION / SUB- 
FUNCTION 

KPA 

PROJECT NAME 

TOTAL 

CAPITAL 

BUDGET 

2010/2011 

TOTAL 

OPERATIONAL 

BUDGET 

2010/2011 

TOTAL 

CAPITAL 

BUDGET 

2011/2012 

TOTAL 

OPERATIONAL 

BUDGET 

2011/2012 

TOTAL 

CAPITAL 

BUDGET 

2012/2013 

TOTAL 

OPERATIONAL 

BUDGET 

2012/2013 

PLANNED 

START DATE 

PLANNED 

COM PLETION 
DATE 

2010/2011 

WARD NR 

MLRS-1 

Road and Stormwater 
Services 

Service Delivery and 
Infrastructure 

M osesetjane To 

Magongoa Main Road 

4 000 000 






2010/07/01 

2011/01/31 


MLRS-5 

Road and Stormwater 
Services 

Service Delivery and 
Infrastructure 

Ditlotswane Taxi Route 
Phase 3 

4 000 000 






2010/07/01 

2011/01/31 


M LRS-19 

Road and Stormwater 
Services 

Service Delivery and 
Infrastructure 

Senita Stormwater Phase 

2 

1 500 000 






2010/07/01 

2010/12/31 


M LRS-20 

Road and Stormwater 
Services 

Service Delivery and 
Infrastructure 

M okopane Ext 17 Roads 
And Stormwater 

3 000 000 






2010/07/01 

2011/01/31 


MLRS-21 

Road and Stormwater 
Services 

Service Delivery and 
Infrastructure 

Mapela Mato pa Roads 
Phase 2 

1 000 000 






2010/07/01 

2010/12/31 


M LRS-22 

Road and Stormwater 
Services 

Service Delivery and 
Infrastructure 

Scirrapies Stormwater 
Phase 2 

2 000 000 






2010/07/01 

2010/12/31 


M LRS-23 

Road and Stormwater 
Services 

Service Delivery and 
Infrastructure 

Akasia/M okopane Roads 
(Dombeya .River And 
Stores) 

2 600 000 






2010/07/01 

2011/01/31 


M LRS-24 

Road and Stormwater 
Services 

Service Delivery and 
Infrastructure 

M ahwelereng Roads And 
Stormwater Phase 5 

4 000 000 






2010/07/01 

2011/01/31 


M LRS-25 

Road and Stormwater 
Services 

Service Delivery and 
Infrastructure 

Phafola Stormwater 

Phase 2 

1 000 000 






2010/07/01 

2010/11/30 


M LRS-26 

Road and Stormwater 

Services 

Service Delivery and 
Infrastructure 

Phola Park Roads 
Connection Link 

1 500 000 






2010/07/01 

2010/12/31 


M LRS-35 

Road and Stormwater 
Services 

Service Delivery and 
Infrastructure 

Resealling Of Roads In 

M okopane 

7 000 000 






2010/07/01 

2011/01/31 


TOTAL FOR ROADS AND STORM WATER SERVICES 


70 722 000 

0 

0.00 

0.00 

0.00 

0.00 




MLSW-1 

Refuse removal and 
solid waste disposal 

Service Delivery and 
Infrastructure 

Rebone Landfill -Phase 
2(Completion) 

300 000 






2010/07/01 

2010/11/30 


TOTAL FOR REFUSE REM OVAL AND SOLID WASTE DISPOSAL 

300 000 

0 

0.00 

0.00 

0.00 

0.00 




TOTAL BUDGET || || 

187 171 757 

3 838 313 

19 830 OOO 

1 745 OOC 

19 640 OOC 

196125C 



■ 
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PROJECTS WORKS PLAN - QUARTERLY M ILESTONES 2010-2011 


VOTE 

NUMBER 

FUNCTION /SUB- 
FUNCTION 

KPA 

PROJECT NAME 

OWNER 

TOTAL 

CAPITAL 

BUDGET 

2010/2011 

TOTAL 

OPERATIONAL 

BUDGET 

2010/2011 

PLANNED 

START DATE 

PLANNED 

COM PLETION 

DATE 

2010/2011 

QUARTERLY 

MILESTONES- END SEPT 

QUARTERLY 
MILESTONES- END 

DEC 

QUARTERLY 
MILESTONES -END 

MAR 

QUARTERLY 
MILESTONES -END 
|UNE 

000219112 

1055 

Occupational Health & 
Safety 

Transformation 

and 

Organisational 

development 

OFIS M anagement System 
(This project has been 
broken down in the 
outputs below) 

DMCS 


1000 000 

2010/01/07 

2011/06/30 

Purchase Occupational 
Health St Safety and 
Environmental 

Standards. 

Phase 2: 

Implementation of 
OHS Management 
and HIV/AIDS 
Systems, 

Phase 3: Monitoring 
and Evaluation 

Phase 4: Management 
Review of OHS and 
HIV/AIDS Management 
Systems. 

000219112 

1055 

Occupational Health & 
Safety 

Transformation 

and 

Organisational 

development 

HIV/AIDS 

Management 

System 

DMCS 



2010/01/07 

2011/06/30 

Appointment of OHSAS 
18001, SANS 14001 and 
NAM S Auditors. Auditors 
to conduct OHS 
Compliance audit. 

Appointment of 
Approved 

Inspection 

Authorities: 

Ergonomist, 

Occupational 

Hygienist, 

Environmentalist 

and Occupational 

Medical Practioner 

and Building 

Engineer for risk 

assessment, 

Measuring Process in 
relation to OH&S Policy, 
Objectives, Legal 
requirements. Erect 

Star Grading for 

Incident M anagement 
and Control 

Internal Audit 

000219112 

1055 

Occupational Health & 
Safety 

Transformation 

and 

Organisational 

development 

Ergonomics 

DMCS 



2010/01/07 

2011/06/30 

Establishment of OHS 

M anagement system 
phase 1 [Planning]. 

OHSTraining: 

HIRA Course. 
Awareness Training 
to all workstation 
and Run Internal 
OHS Competitions. 

Appointed OHSAS 

18001 and SANS 14001 
Auditors to Conduct 
Certification Audit. 

Run Internal OHS 
Competitions, 

000219112 

1055 

Occupational Health & 
Safety 

Transformation 

and 

Organisational 

development 

Enviro Survey 

DMCS 



2010/01/07 

2011/06/30 

Purchase OHSTraining 

M aterial: Posters, 

Videos/ DVDs. Purchase 
and install Standardized 
Safety Notices and 
Signages 

Identification and 
Equipment of 
Induction Room. 

identification and 
Equipment of First 
Aid Facilities, 

Preand Exit Medical 
Examinations. 

Preand Exit Medical 

Examinations, 
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PROJECTS WORKS PLAN - QUARTERLY M ILESTONES 2010-2011 


VOTE 

NUMBER 

FUNCTION /SUB- 
FUNCTION 

KPA 

PROJECT NAME 

OWNER 

TOTAL 

CAPITAL 

BUDGET 

2010/2011 

TOTAL 

OPERATIONAL 

BUDGET 

2010/2011 

PLANNED 

START DATE 

PLANNED 

COM PLETION 

DATE 

2010/2011 

QUARTERLY 

MiLESTONES- END SEPT 

QUARTERLY 
MILESTONES- END 

DEC 

QUARTERLY 
MILESTONES -END 

MAR 

QUARTERLY 

MILESTONES-END 

JUNE 

000219112 

1055 

Occupational Health & 
Safety 

Transformation 

and 

Organisational 

development 

Med. Surveilance 

DMCS 



2010/01/07 

30/6/2011 

Medical Examination of 
employees exposed to 
Hazardous Chemicals 
Substances and 
Hazardous Biological 
Agents, Electricity and 
Canabis M edicai Test for 
all drivers. [ Pre, Periodic 
& Exit Medicals]. Health 
Awareness 

OHS Officer to 
conduct First 
internal OHS Audit. 

Awareness Training 
and Campaigns. Run 
Internal OHS 
Competitions. 


000219112 

1055 

Occupational Health & 
Safety 

Transformation 

and 

Organisational 

development 

Contractors 

/Suppliers 

Management 

System 

DMCS 



2010/01/07 

2011/06/30 

M anagement Review of 
the Planning Phase. 

Pre and Exit 

Medical 

Examinations. 

M anagement Review of 
the Implementation 
Phase 


000219112 

1920 

Occupational Health & 
Safety 

Transformation 

and 

Organisational 

development 

Uniforms and Protective 
Clothing for: HR 

Personnel, First Aiders, 
Health &i Safety Reps, 
Evacuation Team, 

DMCS 


44 377 

2010/01/07 

2011/06/30 

Purchasing of uniforms 
and protective clothing 
as required 

Purchasing of 
uniforms and 
protective clothing 
as required 

Not applicable this 
quarter 

Not applicable this 
quarter 

000219112 

1840 

Administration 

Transformation 

and 

Organisational 

development 

Training and 

Development 

DMCS 


645 001 

2010/01/07 

30/6/2011 

Service Providers 
appointed, training done 
and payments made 

Training according 
to training 
programme 

Training according to 
training programme 

Training according to 
training programme 

000255 

Administration 

Good 

Governance and 
Public 

Participation 

Call Centre 

DMCS 


1 200 000 

2010/09/01 

2010/12/31 

Advertisement. SP 
appointed 

Fully operational 
call centre 

Not applicable this 
quarter 

Not applicable this 
quarter 

000259 

Administration 

Good 

Governance and 
Public 

Wireless Connection to 
Mahwelereng 

DMCS 



2011/09/01 

2011/12/31 

Not applicable this 
financial year 

Not applicable this 
financial year 

Not applicable this 
financial year 

Not applicable this 
financial year 

000259 

Administration 

Good 

Governance and 

Public 

Antivirus 

DMCS 


55 000 

2010/09/01 

2010/12/31 

writing of reposition 
and approval of supplier 
from SuDoiv chain 

Delivered anti 
virus CD keys 

Not applicable this 
quarter 

Not applicable this 
quarter 

000259 

Administration 

Good 

Governance and 

Internet Cost 

DMCS 


24 371 

2010/08/30 

2011/06/30 

Up to date with 
payment for internet 

Up to date with 
payment for 

Up to date with 
payment for internet 

Up to date with 
payment for internet 
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PROJECTS WORKS PLAN - QUARTERLY M ILESTONES 2010-2011 


VOTE 

NUMBER 

FUNCTION /SUB- 
FUNCTION 

KPA 

PROJECT NAME 

OWNER 

TOTAL 

CAPITAL 

BUDGET 

2010/2011 

TOTAL 

OPERATIONAL 

BUDGET 

2010/2011 

PLANNED 

START DATE 

PLANNED 

COM PLETION 

DATE 

2010/2011 

QUARTERLY 

MILESTONES- END SEPT 

QUARTERLY 
MILESTONES- END 

DEC 

QUARTERLY 
MILESTONES -END 

MAR 

QUARTERLY 

MILESTONES-END 

JUNE 

000259 

Administration 

Good 

Governance and 
Public 

Participation 

Website Hosting 

DMCS 


128 168 

2010/07/31 

2011/06/30 

Up to date payment of 
hosting fee 

Up to date 
payment of hosting 
fee 

Up to date payment of 
hosting fee 

Up to date payment of 
hosting fee 

2002/00/4/ 

30/0025 

Administration 

Good 

Governance and 
Public 

Participation 

10 Seater Vehicle 

DMCS 

350 000 


2010/05/07 

2010/09/30 

Advertisement. SP 
appointed. Acquired the 
10 seater vehicle 

Not applicable this 
quarter 

Not applicable this 
quarter 

Not applicable this 
quarter 

2002/00/4/ 

30/0080 

Administration 

Good 

Governance and 
Public 

Participation 

Air conditioning 

DMCS 

50 000 


2010/05/07 

2010/10/31 

Installation of air 

conditioning 

commenced 

Air conditioners's 
fully functional 

Not applicable this 
quarter 

Not applicable this 
quarter 

2002/00/4/ 

30/1395 

Administration 

Good 

Governance and 
Public 

Participation 

Renovation of the hall 

DMCS 

100 000 


2010/05/07 

2010/12/31 

Renovation of hall 
commenced 

Fully renovated 
hall 

Not applicable this 
quarter 

Not applicable this 
quarter 

2002/00/4/ 

30/1575 

Administration 

Good 

Governance and 
Public 

Participation 

Steel Mop Trolley with 
mop press 

DMCS 

30 000 


2010/05/07 

2010/09/30 

Steel Mop Trolley with 
mop press acquired 

Not applicable this 
quarter 

Not applicable this 
quarter 

Not applicable this 
quarter 

2002/00/4/ 

30/1940 

Administration 

Good 

Governance and 

Public 

Participation 

Vacuum Cleaner 

DMCS 

20 000 


2010/05/07 

2010/09/30 

Vacuum cleaners 
purchased 

Not applicable this 
quarter 

Not applicable this 
quarter 

Not applicable this 
quarter 

2002/00/4/ 

40/0020 

Administration 

Good 

Governance and 
Public 

Participation 

Chairs 

DMCS 

40 000 


2010/05/07 

2010/09/30 

Chairs purchsed 

Not applicable this 
quarter 

Not applicable this 
quarter 

Not applicable this 
quarter 

2002/00/4/ 

40/0570 

Administration 

Good 

Governance and 
Public 

Participation 

Refuse Trolleys 

DMCS 

5 000 


2010/05/07 

2010/09/30 

Tolleys purchased 

Not applicable this 
quarter 

Not applicable this 
quarter 

Not applicable this 
quarter 

2002/00/4/ 

40/0180 

Administration 

Good 

Governance and 
Public 

Participation 

Flag poles 

DMCS 

6 500 


2010/05/07 

2010/09/30 

Flag poles intalled 

Not applicable this 
quarter 

Not applicable this 
quarter 

Not applicable this 
quarter 

2002/00/4/ 

30/0661 

Administration 

Good 

Governance and 
Public 

Participation 

Fire resistent filling 
cabinets 

DMCS 

43 000 


2010/05/07 

2010/10/31 

Not applicable this 
quarter 

Cabinet purchsed 

Not applicable this 
quarter 

Not applicable this 
quarter 

2002/00/1/ 

12/0950 

Administration 

Good 

Governance and 
Public 

Participation 

Material and Stocks 

DMCS 

71 357 


2010/05/07 

2011/06/30 

The required material 
purchased when needed 

The required 
material purchased 
when needed 

The required material 
purchased when 
needed 

Not applicable this 
quarter 
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PROJECTS WORKS PLAN - QUARTERLY M ILESTONES 2010-2011 


VOTE 

NUMBER 

FUNCTION /SUB- 
FUNCTION 

KPA 

PROJECT NAME 

OWNER 

TOTAL 

CAPITAL 

BUDGET 

2010/2011 

TOTAL 

OPERATIONAL 

BUDGET 

2010/2011 

PLANNED 

START DATE 

PLANNED 

COM PLETION 

DATE 

2010/2011 

QUARTERLY 

MILESTONES- END SEPT 

QUARTERLY 
MILESTONES- END 

DEC 

QUARTERLY 
MILESTONES -END 

MAR 

QUARTERLY 

MILESTONES-END 

JUNE 

2002/00/4/ 

30/0600 

Administration 

Good 

Governance and 
Public 

Participation 

Fax M achine 

DMCS 

2 500 


2010/05/07 

2010/09/30 

Fax machine purchased 
on time 

Not applicable this 
quarter 

Not applicable this 
quarter 

Not applicable this 
quarter 

TOTAL FOR CORPORATE SERVICES 




718 357 

3 096 917 







200881 

Urban Maintenance 

and Loss Control 

Service Delivery 
and 

Infrastructure 

High mast lights ■ villages 

MES 

500 000 


2010/09/01 

2011/04/30 

Advertisement of tender 
issued 

Contractor 

appointed 

Contractor on site 

4 high mast lights 
constructed 

200880 

Rural M aintenance 
and New Projects 

Service Delivery 
and 

Infrastructure 

Upgrading of South 
Substation 

MES 

1000 


2010/07/01 

2010/12/31 

None 

Retention 
payment released 

Retention payment 
released 

Retention payment 
released 

200880 

Rural Maintenance 
and New Projects 

Service Delivery 
and 

Infrastructure 

Upgrading of North 
Substation 

MES 

6 000 


2010/07/01 

2010/12/31 

None 

Retention 
payment released 

Retention payment 
released 

Retention payment 
released 

200880 

Rural Maintenance 
and New Projects 

Service Delivery 
and 

Infrastructure 

Upgrading of West 
Substation 

MES 

60 000 


2010/07/01 

2010/12/31 

None 

Retention 
payment released 

Retention payment 
released 

Retention payment 
released 

200880 

Rural Maintenance 
and New Projects 

Service Delivery 
and 

Infrastructure 

Upgrading of Central 
Substation 

MES 

2 700 000 


2010/07/01 

2011/06/30 

25% of the cables and 
minisubs installed 

50% of the cables 
and minisubs 
installed 

75% of the cables and 

minisubs installed 

100% of the cables 
and minisubs installed 

200881 

Rural Maintenance 
and New Projects 

Service Delivery 
and 

Infrastructure 

Solar power supplyto 
dumping site 

MES 

150 000 


2010/07/01 

2010/10/31 

Procurement ptocesss 

Solar system 
installed 

Solar system installed 

Solar system installed 

200881 

Rural M aintenance 
and New Projects 

Service Delivery 
and 

Infrastructure 

Refurbishing of overhead 
lines 

MES 

800 000 


2010/07/01 

2011/06/30 

3km Refurbished 
overhead lines 

6km Refurbished 
overhead lines 

8km Refurbished 
overhead lines 

15km Refurbished 
overhead lines 

200880 

Urban Maintenance 
and Loss Control 

Service Delivery 
and 

Infrastructure 

Refurbishing of overhead 
lines 

MES 

100 000 


2010/07/01 

2011/06/30 

240m Refurbished 
overhead lines 

360m Refurbished 
overhead lines 

480m Refurbished 
overhead lines 

800m Refurbished 
overhead lines 

200560 

Urban Maintenance 

and Loss Control 

Service Delivery 
and 

Infrastructure 

Install streetlights in 
Mahwelereng 

MES 

3 000 000 


2010/07/01 

2011/02/28 

33,3% of the streetlights 
installed 

83,3% of the 

streetlights 

installed 

100% of the 
streetlights installed 

100% of the 
streetlights installed 

200722411 

0400 

Electrical Services 

Service Delivery 
and 

Infrastructure 

Traffic lights 

MES 

680 000 


2010/07/01 

2011/03/31 

Purchasing of cables, 
poles, heads 

32 poles and 96 
robots heads 
purchased 

Finalise project 

4 /Intersection traffic 
lights installed, Project 
completed 

TOTAL FOR EL£aRICITY SERVICES 




7 997 000 

■ 
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PROJECTS WORKS PLAN - QUARTERLY M ILESTONES 2010-2011 


VOTE 

NUMBER 

FUNCTION /SUB- 
FUNCTION 

KPA 

PROJECT NAME 

OWNER 

TOTAL 

CAPITAL 

BUDGET 

2010/2011 

TOTAL 

OPERATIONAL 

BUDGET 

2010/2011 

PLANNED 

START DATE 

PLANNED 

COM PLETION 

DATE 

2010/2011 

QUARTERLY 

MILESTONES- END SEPT 

QUARTERLY 
MILESTONES- END 

DEC 

QUARTERLY 
MILESTONES -END 

MAR 

QUARTERLY 

MILESTONES-END 

JUNE 

0004/93/1/ 

12/0660 

Planning 

Spatial and 
Environmental 

M anagement 

GIS Upgraded 
Implementation of Web 
Based Town Planning 
Application 

DMDS 


241 396 

2010/07/01 

2011/06/30 

Appointment of 
Consultant 

Property Module, 
Cadastral data 
captured, 
Incorporation/link 
of GIS and Town 
Planning Data 

Maintenance of 
existing GIS software, 
Town Planning Module, 
Incorporation/link of 
GISand Financial, 
Technical data, Deeds 
Information, etc 

Tracking of data, 
Integration of all 
cadastral data on the 
GISand Web Based 

Town Planning 
Application 

0004/92/1/ 

12/0270 

LED 

Spatial and 
Environmental 

M anagement 

Review LED strategy 

DMDS 


500 000 

2010/07/01 

2011/06/30 

Consultant appointed 
and LED concept defined 

Analysis phase 
report and LED 
Strategy first draft 

Second draft LED 
Strategy and reviewed 
LED unit structure 

Final draft LED 

Strategy and adoption 
by council 

M LWS-26 

Household Sanitation 

Service Delivery 
and 

Infrastructure 

Household Sanitation 

DMDS 

4 540 000 


2010/07/01 

2010/12/31 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 
Construction and 
Completion. 

N/A Project Completed 
in 2nd Quarter 

N/A Project Completed 
in 2nd Quarter 

TOTAL FOR DEVELOPM ENT SERVICES 



4 540 000 

741 396 







200357 

Finance: manager's 
office 

Good 

Governance and 
Public 

Participation 

Purchasing of 2 x accounts 
printers 

DMF 

260 000 


2010/07/15 

2010/09/30 

2 printers installed, 
functional and barcoded 

Not applicable this 
quarter 

Not applicable this 
quarter 

Assts verification and 
inventory count 

200358 

Procurement 

Good 

Governance and 
Public 

Participation 

2 / computers 

DMF 

20 000 


2010/07/15 

2010/09/30 

2 X computers installed 
and barcoded 

Not applicable this 
quarter 

Not applicable this 
quarter 

Assets verification and 
inventory count 

200358 

Procurement 

Good 

Governance and 
Public 

Participation 

2 X tables 

DMF 

6 000 


2010/07/15 

2010/09/30 

2 X tables barcoded 

Not applicable this 
quarter 

Not applicable this 
quarter 

Assets verification and 
inventory count 

200358 

Procurement 

Good 

Governance and 
Public 

Participation 

2xaircon 

DMF 

10 000 


2010/07/15 

2010/09/30 

2xaircon barcoded 

Not applicable this 
quarter 

Not applicable this 
quarter 

Assets verification and 
inventory count 

200358 

Procurement 

Good 

Governance and 
Public 

Participation 

2 X printers 

DMF 

6 000 


2010/07/15 

2010/09/30 

2 X printers barcoded 

Not applicable this 
quarter 

Not applicable this 
quarter 

Assets verification and 
inventory count 
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PROJECTS WORKS PLAN - QUARTERLY M ILESTONES 2010-2011 


VOTE 

NUMBER 

FUNCTION /SUB- 
FUNCTION 

KPA 

PROJECT NAME 

OWNER 

TOTAL 

CAPITAL 

BUDGET 

2010/2011 

TOTAL 

OPERATIONAL 

BUDGET 

2010/2011 

PLANNED 

START DATE 

PLANNED 

COM PLETION 

DATE 

2010/2011 

QUARTERLY 

MILESTONES- END SEPT 

QUARTERLY 
MILESTONES- END 

DEC 

QUARTERLY 
MILESTONES -END 

MAR 

QUARTERLY 

MILESTONES-END 

JUNE 

200358 

Procurement 

Good 

Governance and 
Public 

Participation 

4xroller doorfiling 
cabinet 

DMF 

10 000 


2010/07/15 

2010/09/30 

4 X roller door filing 
cabinet barcoded 

Not applicable this 
quarter 

Not applicable this 
quarter 

Assets verification and 
inventory count 

200358 

Procurement 

Good 

Governance and 
Public 

Participation 

2 X swivel arm chair 

DMF 

3 000 


2010/07/15 

2010/09/30 

2 X swivel arm chair 
barcoded 

Not applicable this 
quarter 

Not applicable this 
quarter 

Assets verification and 
inventory count 

200358 

Procurement 

Good 

Governance and 
Public 

Participation 

2 X dustbins 

DMF 

400 


2010/07/15 

2010/09/30 

2 X dustbins barcoded 

Not applicable this 
quarter 

Not applicable this 
quarter 

Assets verification and 
inventory count 

200358 

Budget & Treasury 

Good 

Governance and 
Public 

Participation 

2 X calculators 

DMF 

1000 


2010/07/15 

2010/09/30 

2 X calculators barcoded 

Not applicable this 
quarter 

Not applicable this 
quarter 

Assets verification and 
inventory count 

200358 

Budget & Treasury 

Good 

Governance and 
Public 

Participation 

2xbins 

DMF 

500 


2010/07/15 

2010/09/30 

2 X bins barcoded 

Not applicable this 
quarter 

Not applicable this 
quarter 

Assets verification and 
inventory count 

200358 

Interns 

Good 

Governance and 

Public 

Participation 

2 X high back chairs 

DMF 

8 000 


2010/07/15 

2010/09/30 

2 X high back chairs 
barcoded 

Not applicable this 
quarter 

Not applicable this 
quarter 

Assets verification and 
inventory count 

200358 

Interns 

Good 

Governance and 
Public 

Participation 

2 X tables 

DMF 

6 000 


2010/07/15 

2010/09/30 

2 X tables barcoded 

Not applicable this 
quarter 

Not applicable this 
quarter 

Assets verification and 
inventory count 

200358 

Interns 

Good 

Governance and 
Public 

Participation 

4 X laptops 

DMF 

74 000 


2010/07/15 

2010/09/30 

4 X laptops barcoded 

Not applicable this 
quarter 

Not applicable this 
quarter 

Assets verification and 
inventory count 

TOTAL FOR FINANCES 




404 900 

■ 







200669 

Waste Management 

Service Delivery 
and 

Infrastructure 

Landfil development 

MOD 

300 000 


2010/07/01 

2010/12/31 

Designs completed, 
Procurement process 
concluded 

100% complete 

100% complete 

100% complete 

200620 

Library Services 

Service Delivery 
and 

Infrastructure 

Construction of a 
Library 

MCD 



2012/07/01 

2013/06/30 

Not applicable this year 

Not applicable this 
year 

Not applicable this year 

Not applicable this 
year 

200643 

Sport & Recreation 

Service Delivery 
and 

Infrastructure 

Sport Node 

MCD 



2011/07/01 

2012/06/30 

Not applicable this year 

Not applicable this 
year 

Not applicable this year 

Not applicable this 
year 

TOTAL FOR COM M UNITY SERVICES 




300 000 

■ 
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PROJECTS WORKS PLAN - QUARTERLY M ILESTONES 2010-2011 


VOTE 

NUMBER 

FUNCTION /SUB- 
FUNCTION 

KPA 

PROJECT NAME 

OWNER 

TOTAL 

CAPITAL 

BUDGET 

2010/2011 

TOTAL 

OPERATIONAL 

BUDGET 

2010/2011 

PLANNED 

START DATE 

PLANNED 

COM PLETION 

DATE 

2010/2011 

QUARTERLY 

MILESTONES- END SEPT 

QUARTERLY 
MILESTONES- END 

DEC 

QUARTERLY 
MILESTONES -END 

MAR 

QUARTERLY 

MILESTONES-END 

JUNE 

200356 

Municipal Manager 

Good 

Governance and 
Public 

Participation 

Purchasing of 3 xTurn-0- 
File 

COO 

12 000 


2010/07/15 

2010/09/30 

3xTurn-0-File 
barcoded and registered 

Not applicable this 
quarter 

Not applicable this 
quarter 

Not applicable this 
quarter 

200356 

Municipal Manager 

Good 

Governance and 
Public 

Participation 

IxFIatscreen 
computer(MM secretary) 

COO 

10 000 


2010/07/15 

2010/09/30 

1 X Flatscreen 
computer(M M 
secretary) barcoded and 
registered 

Not applicable this 
quarter 

Not applicable this 
quarter 

Not applicable this 
quarter 

200356 

Municipal Manager 

Good 

Governance and 
Public 

Participation 

lx laptop IPM 

COO 

15 000 


2010/07/15 

2010/09/30 

lx laptop IPM barcoded 
and registered 

Not applicable this 
quarter 

Not applicable this 
quarter 

Not applicable this 
quarter 

200356 

Municipal Manager 

Good 

Governance and 
Public 

Participation 

1 X printer IPM 

COO 

3 000 


2010/07/15 

2010/09/30 

IX printer IPM barcoded 
and registered 

Not applicable this 
quarter 

Not applicable this 
quarter 

Not applicable this 
quarter 

200356 

Municipal Manager 

Good 

Governance and 
Public 

Participation 

IxtablelPM 

COO 

3 500 


2010/07/15 

2010/09/30 

IxtablelPM barcoded 
and registered 

Not applicable this 
quarter 

Not applicable this 
quarter 

Not applicable this 
quarter 

200356 

Municipal Manager 

Good 

Governance and 

Public 

Participation 

IX chair IPM 

COO 

3 000 


2010/07/15 

2010/09/30 

IX chair IPM barcoded 
and registered 

Not applicable this 
quarter 

Not applicable this 
quarter 

Not applicable this 
quarter 

200356 

Internal Audit 

Good 

Governance and 
Public 

Participation 

3xHlghbacl< chairs 

COO 

9 000 


2010/07/15 

2010/09/30 

3xHighback chairs 
barcoded and registered 

Not applicable this 
quarter 

Not applicable this 
quarter 

Not applicable this 
quarter 

200356 

Internal Audit 

Good 

Governance and 
Public 

Participation 

3 X tables 

COO 

18 000 


2010/07/15 

2010/09/30 

3 X tables barcoded and 
registered 

Not applicable this 
quarter 

Not applicable this 
quarter 

Not applicable this 
quarter 

200356 

Internal Audit 

Good 

Governance and 
Public 

Participation 

Filing cabinet 

coo 

8 000 


2010/07/15 

2010/09/30 

Filing cabinet barcoded 
and registred 

Not applicable this 
quarter 

Not applicable this 
quarter 

Not applicable this 
quarter 

200356 

Internal Audit 

Good 

Governance and 
Public 

Participation 

LaserJet printer black and 
white 

coo 

3 000 


2010/07/15 

2010/09/30 

LaserJet printer black 
and white barcoded and 
registered 

Not applicable this 
quarter 

Not applicable this 
quarter 

Not applicable this 
quarter 

200356 

Internal Audit 

Good 

Governance and 
Public 

Participation 

Pigeon hole 

coo 

4 000 


2010/07/15 

2010/09/30 

Pigeon hole barcoded 
and registred 

Not applicable this 
quarter 

Not applicable this 
quarter 

Not applicable this 
quarter 
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PROJECTS WORKS PLAN - QUARTERLY M ILESTONES 2010-2011 


VOTE 

NUMBER 

FUNCTION /SUB- 
FUNCTION 

KPA 

PROJECT NAME 

OWNER 

TOTAL 

CAPITAL 

BUDGET 

2010/2011 

TOTAL 

OPERATIONAL 

BUDGET 

2010/2011 

PLANNED 

START DATE 

PLANNED 

COM PLETION 

DATE 

2010/2011 

QUARTERLY 

MILESTONES- END SEPT 

QUARTERLY 
MILESTONES- END 

DEC 

QUARTERLY 
MILESTONES -END 

MAR 

QUARTERLY 

MILESTONES-END 

JUNE 

200356 

Risk Management 

IGood 

Governance and 
Public 

IParticipation 

Laptop 

COO 

15 000 


2010/07/15 

2010/09/30 

Laptop barcoded and 
registred 

Not applicable this 
quarter 

Not applicable this 
quarter 

Not applicable this 
quarter 

200356 

Risk Management 

IGood 

Governance and 
Public 

IParticipation 

Highback chair 

COO 

3 000 


2010/07/15 

2010/09/30 

Highback chair barcoded 
and registered 

Not applicable this 
quarter 

Not applicable this 
quarter 

Not applicable this 
quarter 

200356 

Risk Management 

IGood 

Governance and 
Public 

IParticipation 

2 X Visitors chairs 

COO 

6 000 


2010/07/15 

2010/09/30 

2 X Visitors chairs 
barcoded and registered 

Not applicable this 
quarter 

Not applicable this 
quarter 

Not applicable this 
quarter 

200356 

Risk Management 

IGood 

Governance and 
Public 

IParticipation 

Table 

COO 

8 000 


2010/07/15 

2010/09/30 

Table bacoded and 
registered 

Not applicable this 
quarter 

Not applicable this 
quarter 

Not applicable this 
quarter 

200356 

Risk Management 

IGood 

Governance and 
Public 

IParticipation 

Filing cabinet 

COO 

4 000 


2010/07/15 

2010/09/30 

Filing cabinet barcoded 
and rfegistered 

Not applicable this 
quarter 

Not applicable this 
quarter 

Not applicable this 
quarter 

200356 

Risk Management 

IGood 

Governance and 

Public 

IParticipation 

LaserJet colour printer 

COO 

5 000 


2010/07/15 

2010/09/30 

LaserJet colour printer 
barcoded and registered 

Not applicable this 
quarter 

Not applicable this 
quarter 

Not applicable this 
quarter 

TOTAL FOR 

mE OFFICE OF THE MU 

UlCIPALMANAGE 



129 500 

- 







MLWS-4 

Water Services 

Service Delivery 
and 

Infrastructure 

Grasviey Water 

DMTS 

2 000 000 


2010/07/01 

2010/12/31 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 
Construction, 

N/A Project completed 
in 2nd Quarter, 

N/A Project Completed 
in 2nd Quarter 

MLWS-1 

Water Services 

Service Delivery 
and 

Infrastructure 

M atebeleng /Nkaikwetsa 
Water Project 

DMTS 

1 200 000 


2010/07/01 

2010/12/31 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 
Construction, 

N/A Project Completed 
in 2nd Quarter 

N/A Project Completed 
in 2nd Quarter 

MLWS-2 

Water Services 

Service Delivery 
and 

Infrastructure 

M attanau W ater Project 

DMTS 

1 700 000 


2010/07/01 

2010/12/31 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 
Construction, 

N/A Project Completed 
in 2nd Quarter 

N/A Project Completed 
in 2nd Quarter 
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PROJECTS WORKS PLAN - QUARTERLY M ILESTONES 2010-2011 


VOTE 

NUMBER 

FUNCTION /SUB- 
FUNCTION 

KPA 

PROJECT NAME 

OWNER 

TOTAL 

CAPITAL 

BUDGET 

2010/2011 

TOTAL 

OPERATIONAL 

BUDGET 

2010/2011 

PLANNED 

START DATE 

PLANNED 

COM PLETION 

DATE 

2010/2011 

QUARTERLY 

MiLESTONES- END SEPT 

QUARTERLY 
MILESTONES- END 

DEC 

QUARTERLY 
MILESTONES -END 

MAR 

QUARTERLY 

MILESTONES-END 

JUNE 

MLWS-3 

Water Services 

Service Delivery 
and 

Infrastructure 

M esopotamia/M oordkop 
pie Water Project 

DMTS 

1 200 000 


2010/07/01 

2010/12/31 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 

Construction, 

N/A Project Completed 
in 2nd Quarter 

N/A Project Completed 
in 2nd Quarter 

MLWS-5 

Water Services 

Service Delivery 
and 

Infrastructure 

Nelly Water Project 

DMTS 

1 500 000 


2010/07/01 

2010/12/31 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 
Construction, 

N/A Project Completed 
in 2nd Quarter 

N/A Project Completed 
in 2nd Quarter 

MLWS-5 

Water Services 

Service Delivery 
and 

Infrastructure 

Pauios Water Project 

DMTS 

2 000 000 


2010/07/01 

2010/12/31 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 
Construction, 

N/A Project Completed 
in 2nd Quarter 

N/A Project Completed 
in 2nd Quarter 

MLWS-6 

Water Services 

Service Delivery 
and 

Infrastructure 

Thabaleshoba Steel Tank 
Project 

DMTS 

1 000 000 


2010/07/01 

2010/11/30 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 
Construction, 

N/A Project Completed 
in 2nd Quarter 

N/A Project Completed 
in 2nd Quarter 

MLWS-7 

Water Services 

Service Delivery 
and 

Vergenoeg Steel Tank 
Project 

DMTS 

1 000 000 


2010/07/01 

2010/11/30 

Appointment of 
Consulting Engineers 

Appointment of 
Contractor, 

N/A Project Completed 
in 2nd Quarter 

N/A Project Completed 
in 2nd Quarter 

MLWS-8 

Water Services 

Service Delivery 
and 

Nkidikitlana Steel Tank 
Project 

DMTS 

1 000 000 


2010/07/01 

2010/11/30 

Appointment of 
Consulting Engineers 

Appointment of 
Contractor, 

N/A Project Completed 
in 2nd Quarter 

N/A Project Completed 
in 2nd Quarter 

MLWS-9 

Water Services 

Service Delivery 
and 

jakkalskui Steel Tank 
Project 

DMTS 

1 000 000 


2010/07/01 

2010/11/30 

Appointment of 
Consulting Engineers 

Appointment of 
Contractor, 

N/A Project Completed 
in 2nd Quarter 

N/A Project Completed 
in 2nd Quarter 

M LWS-10 

Water Services 

Service Delivery 
and 

Infrastructure 

Tiberius Steel Tank Project 

DMTS 

1 000 000 


2010/07/01 

2010/11/30 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 
Construction, 

N/A Project Completed 
in 2nd Quarter 

N/A Project Completed 
in 2nd Quarter 

M LWS-11 

Water Services 

Service Delivery 
and 

Infrastructure 

Rapadi Extention Of 

Water Reticuiation 

DMTS 

600 000 


2010/07/01 

2010/11/30 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 
Construction, 

N/A Project Completed 
in 2nd Quarter 

N/A Project Completed 
in 2nd Quarter 
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PROJECTS WORKS PLAN - QUARTERLY M ILESTONES 2010-2011 


VOTE 

NUMBER 

FUNCTION /SUB- 
FUNCTION 

KPA 

PROJECT NAME 

OWNER 

TOTAL 

CAPITAL 

BUDGET 

2010/2011 

TOTAL 

OPERATIONAL 

BUDGET 

2010/2011 

PLANNED 

START DATE 

PLANNED 

COM PLETION 

DATE 

2010/2011 

QUARTERLY 

MILESTONES- END SEPT 

QUARTERLY 
MILESTONES- END 

DEC 

QUARTERLY 
MILESTONES -END 

MAR 

QUARTERLY 

MILESTONES-END 

JUNE 

M LWS-12 

Water Services 

Service Delivery 
and 

Infrastructure 

Tiberius Extention Of 
Water Reticulation 

DMTS 

400 000 


2010/07/01 

2010/11/30 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 

Construction, 

N/A Project Completed 
in 2nd Quarter 

N/A Project Completed 
in 2nd Quarter 

M LWS-13 

Water Services 

Service Delivery 
and 

Infrastructure 

Chere Extention Of Water 
Reticulation 

DMTS 

400 000 


2010/07/01 

2010/11/30 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 
Construction, 

N/A Project Completed 
in 2nd Quarter 

N/A Project Completed 
in 2nd Quarter 

M LWS-14 

Water Services 

Service Delivery 
and 

Infrastructure 

Vergenoeg Extention Of 
Water Reticulation 

DMTS 

400 000 


2010/07/01 

2010/11/30 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 
Construction, 

N/A Project Completed 
in 2nd Quarter 

N/A Project Completed 
in 2nd Quarter 

M LWS-15 

Water Services 

Service Delivery 
and 

Infrastructure 

Thabaleshoba Extention 

Of Water Reticulation 

DMTS 

400 000 


2010/07/01 

2010/11/30 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 
Construction, 

N/A Project Completed 
in 2nd Quarter 

N/A Project Completed 
in 2nd Quarter 

M LWS-16 

Water Services 

Service Delivery 
and 

Bakenburg Central Water 
Scheme 

DMTS 

5 800 000 


2010/07/01 

2011/03/31 

Appointment of 
Consulting Engineers 

Appointment of 
Contractor, 

Completion and 
Handover 

N/A Project Completed 
in 3rd Quarter 

WLWS-18 

Water Services 

Service Delivery 
and 

Construction Of (32) 
Concrete Pump Houses In 

DMTS 

2 500 000 


2010/07/01 

2010/12/31 

Appointment of 
Consulting Engineers 

Appointment of 
Contractor, 

N/A Project Completed 
in 2nd Quarter 

N/A Project Completed 
in 2nd Quarter 

M LWS-19 

Water Services 

Service Delivery 
and 

Infrastructure 

Rebone Water Project 

DMTS 

5 000 000 


2010/07/01 

2011/03/31 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 
Construction, 

Completion and 
Handover 

N/A Project Completed 
in 3rd Quarter 

M LWS-20 

Water Services 

Service Delivery 
and 

Infrastructure 

Lusaka/Dikgokgopeng 
Water Project 

DMTS 

1 500 000 


2010/07/01 

2010/12/31 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 
Construction and 
Completion. 

N/A Project Completed 
in 2nd Quarter 

N/A Project Completed 
in 2nd Quarter 
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PROJECTS WORKS PLAN - QUARTERLY M ILESTONES 2010-2011 


VOTE 

NUMBER 

FUNCTION /SUB- 
FUNCTION 

KPA 

PROJECT NAME 

OWNER 

TOTAL 

CAPITAL 

BUDGET 

2010/2011 

TOTAL 

OPERATIONAL 

BUDGET 

2010/2011 

PLANNED 

START DATE 

PLANNED 

COM PLETION 

DATE 

2010/2011 

QUARTERLY 

MiLESTONES- END SEPT 

QUARTERLY 
MILESTONES- END 

DEC 

QUARTERLY 
MILESTONES -END 

MAR 

QUARTERLY 

MILESTONES-END 

JUNE 

M LWS-21 

Water Services 

Service Delivery 
and 

Infrastructure 

Drilling And Equipping Of 
New Boreholes In Various 
Villages 

DMTS 

2 000 000 


2010/07/01 

2010/12/31 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 

Contractor, 

Flandoverand 

Construction and 
Completion. 

N/A Project Completed 
in 2nd Quarter 

N/A Project Completed 
in 2nd Quarter 

M LWS-22 

Water Services 

Service Delivery 
and 

Infrastructure 

Daggakraal Water Project 

DMTS 

700 000 


2010/07/01 

2010/12/31 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Flandoverand 
Construction and 
Completion. 

N/A Project Completed 
in 2nd Quarter 

N/A Project Completed 
in 2nd Quarter 

M LWS-23 

Water Services 

Service Delivery 
and 

Infrastructure 

M okobewater Project 

DMTS 

200 000 


2010/07/01 

2010/12/31 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Flandoverand 
Construction and 
Completion. 

N/A Project Completed 
in 2nd Quarter 

N/A Project Completed 
in 2nd Quarter 

M LWS-24 

Water Services 

Service Delivery 
and 

Infrastructure 

M agongoa Water Project 

DMTS 

200 000 


2010/07/01 

2010/12/31 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Flandoverand 
Construction and 
Completion. 

N/A Project Completed 
in 2nd Quarter 

N/A Project Completed 
in 2nd Quarter 

M LWS-25 

Water Services 

Service Delivery 
and 

Infrastructure 

Ham No. 1 Water Project 

DMTS 

200 000 


2010/07/01 

2010/12/31 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 

Contractor, 

Flandoverand 

Construction and 
Completion. 

N/A Project Completed 
in 2nd Quarter 

N/A Project Completed 
in 2nd Quarter 

WLWS-27 

Water Services 

Service Delivery 
and 

Infrastructure 

M arulaneng Water Project 

DMTS 

1 300 000 


2010/07/01 

2010/12/31 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Flandoverand 
Construction and 
Completion. 

N/A Project Completed 
in 2nd Quarter 

N/A Project Completed 
in 2nd Quarter 

M LWS-28 

Water Services 

Service Delivery 
and 

Infrastructure 

M olekane Water Project 

DMTS 

1 200 000 


2010/07/01 

2010/12/31 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Flandoverand 
Construction and 
Completion. 

N/A Project Completed 
in 2nd Quarter 

N/A Project Completed 
in 2nd Quarter 
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PROJECTS WORKS PLAN - QUARTERLY M ILESTONES 2010-2011 


VOTE 

NUMBER 

FUNCTION /SUB- 
FUNCTION 

KPA 

PROJECT NAME 

OWNER 

TOTAL 

CAPITAL 

BUDGET 

2010/2011 

TOTAL 

OPERATIONAL 

BUDGET 

2010/2011 

PLANNED 

START DATE 

PLANNED 

COM PLETION 

DATE 

2010/2011 

QUARTERLY 

MILESTONES- END SEPT 

QUARTERLY 
MILESTONES- END 

DEC 

QUARTERLY 
MILESTONES -END 

MAR 

QUARTERLY 

MILESTONES-END 

JUNE 

MLSW-2 

Water Services 

Service Delivery 
and 

Infrastructure 

Rebone Sewer (Lining Of 
Tertiary Pond) 

DMTS 

3 000 000 


2010/07/01 

2011/02/28 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 

Construction, 

Completion and 
Handover 

N/A Project Completed 
in 2nd Quarter 

M LWS-32 

Water Services 

Service Delivery 
and 

Infrastructure 

Upgrading Of Existing 
Major Works (Hlogo Ya 
Nku,5andsloot (M asenya 

M abusela),Rietfontein,Ski 
rkfontein,Lennes,M phelo) 

DMTS 

3 800 000 


2010/07/01 

2010/12/31 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 
Construction, 

N/A Project Completed 
in 2nd Quarter 

N/A Project Completed 
in 2nd Quarter 

M LWS-33 

Water Services 

Service Delivery 
and 

Infrastructure 

Upgrading Of Minor 

Waterworks 

(Duren.M athapo.Sodoma) 

DMTS 

1 000 000 


2010/07/01 

2010/12/31 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 
Construction, 

N/A Project Completed 
in 2nd Quarter 

N/A Project Completed 
in 2nd Quarter 

M LWS-34 

Water Services 

Service Delivery 
and 

Infrastructure 

Extension Of Water 
Reticulation 

(Phafola,Lesodi,Sterkwate 

r) 

DMTS 

1 200 000 


2010/07/01 

2010/12/31 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 
Construction, 

N/A Project Completed 
in 2nd Quarter 

N/A Project Completed 
in 2nd Quarter 

M LWS-37 

Buik water Services 

Service Delivery 
and 

Infrastructure 

Olifants River Water 
Project (Fb) 

DMTS 

28 000 000 


2010/07/01 

2011/06/30 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 

Construction, 

Completion and 
Handover 

Construction, Completi 
on and Handover. 

M LWS-29 

Sanitation Services 

Service Delivery 
and 

Infrastructure 

MokopaneOld Sewer: 
Refurbishment, 

DMTS 

4 200 000 


2010/07/01 

2011/03/31 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 
Construction, 

Completion and 
Handover 

N/A Project Completed 
in 3rd Quarter 

M LWS-37 

Buik water Services 

Service Delivery 
and 

Infrastructure 

Olifants River Water 
Project (Fb) 

DMTS 

28 000 000 


2010/07/01 

2011/06/30 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 
Construction, 

Completion and 
Handover 

Construction, Completi 
on and Handover. 

TOTAL FOR WATER SERVICES 




106 600 000 

G 
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PROJECTS WORKS PLAN - QUARTERLY M ILESTONES 2010-2011 


VOTE 

NUMBER 

FUNCTION /SUB- 
FUNCTION 

KPA 

PROJECT NAME 

OWNER 

TOTAL 

CAPITAL 

BUDGET 

2010/2011 

TOTAL 

OPERATIONAL 

BUDGET 

2010/2011 

PLANNED 

START DATE 

PLANNED 

COM PLETION 

DATE 

2010/2011 

QUARTERLY 

MILESTONES- END SEPT 

QUARTERLY 
MILESTONES- END 

DEC 

QUARTERLY 
MILESTONES -END 

MAR 

QUARTERLY 

MILESTONES-END 

JUNE 

MLRS-12 

Road and Stormwater 
Services 

Service Delivery 
and 

Infrastructure 

M ahwelereng Dt Rampola 
Str Access Slabs And Edge 
Breaks 

DMTS 

2 000 000 


2010/07/01 

2010/12/31 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 

Contractor, 

Flandoverand 

Construction and 
Completion. 

N/A Project Completed 
in 2nd Quarter 

N/A Project Completed 
in 2nd Quarter 

MLRS-14 

Road and Stormwater 
Services 

Service Delivery 
and 

Infrastructure 

Rehabilitation Of 
MaribashoekRoad 

DMTS 

4 000 000 


2010/07/01 

31JANUARY 

2010 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 
Construction, 

Completion and 
Handover 

N/A Project Completed 
in 3rd Quarter 

M LR5-2 

Road and Stormwater 
Services 

Service Delivery 
and 

Infrastructure 

M malepetleke Taxi Route 
Phase 3 

DMTS 

3 300 000 


2010/07/01 

2010/12/31 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 
Construction and 
Completion. 

N/A Project Completed 
in 2nd Quarter 

N/A Project Completed 
in 2nd Quarter 

MLR5-3 

Road and Stormwater 
Services 

Service Delivery 
and 

Infrastructure 

Leyden Taxi Route 

DMTS 

3 000 000 


2010/07/01 

2011/01/31 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 
Construction, 

Completion and 
Handover 

N/A Project Completed 
in 3rd Quarter 

MLRS-6 

Road and Stormwater 
Services 

Service Delivery 
and 

Infrastructure 

UitzIghtTaxi Route 

DMTS 

4 622 000 


2010/07/01 

30 MARCH 
2010 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 
Construction, 

Completion and 
Handover 

N/A Project Completed 
in 3rd Quarter 

MLRS-7 

Road and Stormwater 
Services 

Service Delivery 
and 

Infrastructure 

M ountain View Taxi Route 

DMTS 

3 200 000 


2010/07/01 

2011/01/31 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 
Construction, 

Completion and 
Handover 

N/A Project Completed 
in 3rd Quarter 

MLRS-17 

Road and Stormwater 
Services 

Service Delivery 
and 

Infrastructure 

Lennes Stormwater 

DMTS 

1 000 000 


2010/07/01 

2010/11/30 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 
Construction and 
Completion. 

N/A Project Completed 
in 2nd Quarter 

N/A Project Completed 
in 2nd Quarter 
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PROJECTS WORKS PLAN - QUARTERLY M ILESTONES 2010-2011 


VOTE 

NUMBER 

FUNCTION /SUB- 
FUNCTION 

KPA 

PROJECT NAME 

OWNER 

TOTAL 

CAPITAL 

BUDGET 

2010/2011 

TOTAL 

OPERATIONAL 

BUDGET 

2010/2011 

PLANNED 

START DATE 

PLANNED 

COM PLETION 

DATE 

2010/2011 

QUARTERLY 

MILESTONES- END SEPT 

QUARTERLY 
MILESTONES- END 

DEC 

QUARTERLY 
MILESTONES -END 

MAR 

QUARTERLY 

MILESTONES-END 

JUNE 

MLRS-13 

Road and Stormwater 
Services 

Service Delivery 
and 

Infrastructure 

Mahwelereng-Dudu 
Madisha Str Stormwater 
And Road Rehab 

DMTS 

2 000 000 


2010/07/01 

2010/12/31 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 

Contractor, 

Flandoverand 

Construction and 
Completion. 

N/A Project Completed 
in 2nd Quarter 

N/A Project Completed 
in 2nd Quarter 

MLRS-15 

Road and Stormwater 
Services 

Service Delivery 
and 

Infrastructure 

M oshate Rehabilitation Of 

Taxi Route 

DMTS 

3 000 000 


2010/07/01 

2011/01/31 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 
Construction, 

Completion and 
Handover 

N/A Project Completed 
in 3rd Quarter 

M LR5-8 

Road and Stormwater 
Services 

Service Delivery 
and 

Infrastructure 

GaleliaTaxi Route 

DMTS 

4 000 000 


2010/07/01 

2011/01/31 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 
Construction, 

Completion and 
Handover 

N/A Project Completed 
in 3rd Quarter 

MLRS-9 

Road and Stormwater 
Services 

Service Delivery 
and 

Infrastructure 

MarulanengTaxi Route 

DMTS 

4 000 000 


2010/07/01 

2011/01/31 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 
Construction, 

Completion and 
Handover 

N/A Project Completed 
in 3rd Quarter 

MLR5-11 

Road and Stormwater 
Services 

Service Delivery 
and 

Infrastructure 

SekuruweTaxi Route 

DMTS 

4 000 000 


2010/07/01 

2011/01/31 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 
Construction, 

Completion and 
Handover 

N/A Project Completed 
in 3rd Quarter 

MLRS-18 

Road and Stormwater 
Services 

Service Delivery 
and 

Infrastructure 

Grasviei Stormwater 

DMTS 

1 000 000 


2010/07/01 

2010/11/30 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 
Construction, 

N/A Project Completed 
in 2nd Quarter 

N/A Project Completed 
in 2nd Quarter 

MLRS-1 

Road and Stormwater 
Services 

Service Delivery 
and 

Infrastructure 

MosesetjaneTo 

Magongoa Main Road 

DMTS 

4 000 000 


2010/07/01 

2011/01/31 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 
Construction, 

Completion and 
Handover 

N/A Project Completed 
in 3rd Quarter 
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PROJECTS WORKS PLAN - QUARTERLY M ILESTONES 2010-2011 


VOTE 

NUMBER 

FUNCTION /SUB- 
FUNCTION 

KPA 

PROJECT NAME 

OWNER 

TOTAL 

CAPITAL 

BUDGET 

2010/2011 

TOTAL 

OPERATIONAL 

BUDGET 

2010/2011 

PLANNED 

START DATE 

PLANNED 

COM PLETION 

DATE 

2010/2011 

QUARTERLY 

MILESTONES- END SEPT 

QUARTERLY 
MILESTONES- END 

DEC 

QUARTERLY 
MILESTONES -END 

MAR 

QUARTERLY 

MILESTONES-END 

JUNE 

MLRS-5 

Road and Stormwater 
Services 

Service Delivery 
and 

Infrastructure 

DitlotswaneTaxi Route 
Phases 

DMTS 

4 000 000 


2010/07/01 

2011/01/31 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 

Construction, 

Completion and 
Handover 

N/A Project Completed 
in 3rd Quarter 

MLRS-19 

Road and Stormwater 
Services 

Service Delivery 
and 

Infrastructure 

Senita Stormwater Phase 

2 

DMTS 

1 500 000 


2010/07/01 

2010/12/31 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 
Construction and 
Completion. 

N/A Project Completed 
in 2nd Quarter 

N/A Project Completed 
in 2nd Quarter 

MLRS-20 

Road and Stormwater 
Services 

Service Delivery 
and 

Infrastructure 

M okopane Ext 17 Roads 
And Stormwater 

DMTS 

3 000 000 


2010/07/01 

2011/01/31 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 
Construction, 

Completion and 
Handover 

N/A Project Completed 
in 3rd Quarter 

MLR5-21 

Road and Stormwater 
Services 

Service Delivery 
and 

Infrastructure 

Mapela Matopa Roads 
Phase 2 

DMTS 

1 000 000 


2010/07/01 

2010/12/31 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 
Construction and 
Completion. 

N/A Project Completed 
in 2nd Quarter 

N/A Project Completed 
in 2nd Quarter 

MLRS-22 

Road and Stormwater 
Services 

Service Delivery 
and 

Infrastructure 

Scirrapies Stormwater 
Phase 2 

DMTS 

2 000 000 


2010/07/01 

2010/12/31 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 
Construction and 
Completion. 

N/A Project Completed 
in 2nd Quarter 

N/A Project Completed 
in 2nd Quarter 

MLRS-23 

Road and Stormwater 
Services 

Service Delivery 
and 

Infrastructure 

Akasia/M okopane Roads 
(Dombeya .River And 
Stores) 

DMTS 

2 600 000 


2010/07/01 

2011/01/31 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 
Construction, 

Completion and 
Handover 

N/A Project Completed 
in 3rd Quarter 

MLRS-24 

Road and Stormwater 
Services 

Service Delivery 
and 

Infrastructure 

M ahwelereng Roads And 
Stormwater Phase 5 

DMTS 

4 000 000 


2010/07/01 

2011/01/31 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 
Construction, 

Completion and 
Handover 

N/A Project Completed 
in 3rd Quarter 
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PROJECTS WORKS PLAN - QUARTERLY M ILESTONES 2010-2011 


VOTE 

NUMBER 

FUNCTION /SUB- 
FUNCTION 

KPA 

PROJECT NAME 

OWNER 

TOTAL 

CAPITAL 

BUDGET 

2010/2011 

TOTAL 

OPERATIONAL 

BUDGET 

2010/2011 

PLANNED 

START DATE 

PLANNED 

COM PLETION 

DATE 

2010/2011 

QUARTERLY 

MILESTONES- END SEPT 

QUARTERLY 
MILESTONES- END 

DEC 

QUARTERLY 
MILESTONES -END 

MAR 

QUARTERLY 

MILESTONES-END 

JUNE 

MLRS-25 

Road and Stormwater 
Services 

Service Delivery 
and 

Infrastructure 

Phafola Stormwater Phase 
2 

DMTS 

1 000 000 


2010/07/01 

2010/11/30 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 

Construction and 
Completion. 

N/A Project Completed 
in 2nd Quarter 

N/A Project Completed 
in 2nd Quarter 

MLRS-26 

Road and Stormwater 
Services 

Service Delivery 
and 

Infrastructure 

Phola Park Roads 
Connection Link 

DMTS 

1 500 000 


2010/07/01 

2010/12/31 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 
Construction and 
Completion. 

N/A Project Completed 
in 2nd Quarter 

N/A Project Completed 
in 2nd Quarter 

MLRS-35 

Road and Stormwater 
Services 

Service Delivery 
and 

Infrastructure 

ReseallingOf Roads In 
Mokopane 

DMTS 

7 000 000 


2010/07/01 

2011/01/31 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 
Construction, 

Completion and 
Handover 

N/A Project Completed 
in 3rd Quarter 

TOTAL FOR ROADS AND STORM WATER SERVICES 



70 722 000 

0 







MLSW-1 

Refuse removal and 
solid waste disposal 

Service Delivery 
and 

Infrastructure 

Rebone Landfill -Phase 
2(Completion) 

DMTS 

300 000 


2010/07/01 

2010/11/30 

Appointment of 
Consulting Engineers 
(Preparation of Designs 
and Bid Documents) 

Appointment of 
Contractor, 
Handover and 
Construction, 

N/A Project Completed 
in 2nd Quarter 

N/A Project Completed 
in 2nd Quarter 

TOTAL FOR REFUSE REM OVAL AND SOUD WASTE DISPOSAL 


300 000 

G 







TOTAL BUDGET 




191711 757 

3838313 



■ 

■ 

■ 
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PROJECTS WORKS PLAN - EXPENDITURE BY M ONTH 2010-2011 


VOTE 

NUMBER 

FUNCTION /SUB- 
FUNCTION 

PROJECT NAME 

TOTAL CAPITAL 
BUDGET 
2010/2011 

TOTAL 
OPERATION 
AL BUDGET 
2010/2011 

PROJ ECTED EXPEN DITU RE - YEAR TO DATE 
2010-11 

PROJECTED EXPENDITURE- YEARTO DATE 
2010-11 

PROJECTED EXPENDITURE- YEARTO DATE 
2010-11 

PROJECTED EXPENDITURE - YEARTO DATE 

2010-11 

JULY 

AUGUST 

SEPTEM BER 

OCTOBER 

NOVEMBER 

DECEM BER 

lANUARY 

FEBRUARY 

MARCH 

APRIL 

MAY 

jUNE 

000219112 

1055 

Occupational Health 

St Safety 

OHS Management 

System (This project has 
been broken down in the 
outputs below) 


1 000 000 



300 000 

300 000 

300 000 

700 000 

700 000 

700 000 

850 000 

850 000 

850 000 

1 000 000 

000219112 

1920 

Occupational Health 

St Safety 

Uniforms and Protective 
Clothing for: HR 

Personnel, First Alders, 
Health & Safety Reps, 
Evacuation Team. 


44 377 



15 000 

15 000 

15 000 

20 000 

20 000 

20 000 

44 377 

44 377 

44 377 

44 377 

000219112 

1840 

Administration 

Training and 

Development 


645 001 

54 000 

114 000 

164 000 

219 000 

267 000 

319 000 

364 000 

412 000 

452 000 

527 000 

578 500 

645 001 

000255 

Administration 

Call Centre 


1200 000 



2 000 

100 000 

500 000 

1200 000 

1 200 000 

1200 000 

1 200 000 

1200 000 

1 200 000 

1200 000 

000259 

Administration 

Antivirus 


55 000 





55 000 

55 000 

55 000 

55 000 

55 000 

55 000 

55 000 

55 000 

000259 

Administration 

Internet Cost 


24 371 


2 031 

4 062 

6 093 

8124 

10155 

12 186 

14 217 

16 248 

18 279 

20 310 

24 371 

000259 

Administration 

Website Hosting 


128168 

10 681 

21362 

32 043 

42 724 

53 405 

64 086 

74 767 

85 448 

96 129 

106 810 

117 491 

128168 

2002/00/4/ 

30/0025 

Administration 

10 Seater Vehicle 

350 000 




350 000 

350 000 

350 000 

350 000 

350 000 

350 000 

350 000 

350 000 

350 000 

350 000 

2002/00/4/ 

30/0080 

Administration 

Air conditioning 

50 000 



20 000 

30 000 

50 000 

50 000 

50 000 

50 000 

50 000 

50 000 

50 000 

50 000 

50 000 

2002/00/4/ 

30/1395 

Administration 

Renovation of the hall 

100 000 



20 000 

50 000 

80 000 

70 000 

100 000 

100 000 

100 000 

100 000 

100 000 

100 000 

100 000 

2002/00/4/ 

30/1575 

Administration 

Stee! Mop Trolley with 
mop press 

30 000 




30 000 

30 000 

30 000 

30 000 

30 000 

30 000 

30 000 

30 000 

30 000 

30 000 

2002/00/4/ 

30/1940 

Administration 

Vacuum Cleaner 

20 000 



20 000 

20 000 

20 000 

20 000 

20 000 

20 000 

20 000 

20 000 

20 000 

20 000 

20 000 

2002/00/4/ 

40/0020 

Administration 

Chairs 

40 000 



20 000 

40 000 

40 000 

40 000 

40 000 

40 000 

40 000 

40 000 

40 000 

40 000 

40 000 

2002/00/4/ 

40/0570 

Administration 

Refuse Trolleys 

5 000 




5 000 

5 000 

5 000 

5 000 

5 000 

5 000 

5 000 

5 000 

5 000 

5 000 

2002/00/4/ 

40/0180 

Administration 

Flag poles 

6 500 




6 500 

6 500 

6 500 

6 500 

6 500 

6 500 

6 500 

6 500 

6 500 

6 500 

2002/00/4/ 

30/0661 

Administration 

Fire resistent filling 
cabinets 

43 000 





43 000 

43 000 

43 000 

43 000 

43 000 

43 000 

43 000 

43 000 

43 000 

2002/00/1/ 

12/0950 

Administration 

M aterial and Stocks 

71357 



30 000 

30 000 

30 000 

60 000 

60 000 

60 000 

60 000 

71357 

71357 

71357 

71357 
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PROJECTS WORKS PLAN - EXPENDITURE BY M ONTH 2010-2011 


VOTE 

NUMBER 

FUNCTION / SUB- 
FUNCTION 

PROjECTNAME 

TOTAL CAPITAL 
BUDGET 
2010/2011 

TOTAL 
OPERATION 
AL BUDGET 
2010/2011 

PROJECTED EXPENDITURE - YEAR TO DATE 

2010-11 

PROj ECTED EXPENDITURE - YEAR TO DATE 

2010-11 

PROJECTED EXPENDITURE- YEAR TO DATE 

2010-11 

PROJ ECTED EXPENDITU RE - YEAR TO DATE 

2010-11 

|ULY 

AUGUST 

SEPTEM BER 

OCTOBER 

NOVEMBER 

DECEM BER 

JANUARY 

FEBRUARY 

MARCH 

APRIL 

MAY 

JUNE 

2002/00/4/ 

30/0600 

Administration 

Fax Machine 

2 500 




2 500 

2 500 

2 500 

2 500 

2 500 

2 500 

2 500 

2 500 

2 500 

2 500 

TOTAL FOR CORPORATE SERVICES 


718 357 

3 096 917 

64 681 

247 393 

1081 105 

1 339 817 

1875 529 

3 075 241 

3 132 953 

3193 665 

3 432 111 

3 519 823 

3 584 035 

3 815 274 

200881 

Urban Maintenance 
and Loss Control 

High mast lights - villages 

500 000 











500 000 

500 000 

500 000 

200880 

Rural Maintenance 
and New Projects 

Upgrading of South 
Substation 

1000 







1000 

1000 

1000 

1000 

1000 

1000 

1000 

200880 

Rural Maintenance 
and New Projects 

Upgrading of North 
Substation 

6 000 







6 000 

6 000 

6 000 

6 000 

6 000 

6 000 

6 000 

200880 

Rural Maintenance 
and New Projects 

Upgrading of West 
Substation 

60 000 







60 000 

60 000 

60 000 

60 000 

60 000 

60 000 

60 000 

200880 

Rural Maintenance 
and New Projects 

Upgrading of Central 
Substation 

2 700 000 


225 000 

450 000 

675 000 

900 000 

1 125 000 

1 350 000 

1 575 000 

1 800 000 

2 025 000 

2 250 000 

2 475 000 

2 700 000 

200881 

Rural Maintenance 
and New Projects 

Solar power supply to 
dumping site 

150 000 






150 000 

150 000 

150 000 

150 000 

150 000 

150 000 

150 000 

150 000 

200881 

Rural Maintenance 
and New Projects 

Refurbishing of overhead 
lines 

800 000 


100 000 

200 000 

300 000 

350 000 

400 000 

450 000 

475 000 

500 000 

525 000 

600 000 

700 000 

800 000 

200880 

Urban Maintenance 
and Loss Control 

Refurbishing of overhead 
lines 

100 000 


10 000 

20 000 

30 000 

35 000 

40 000 

45 000 

50 000 

55 000 

60 000 

70 000 

80 000 

100 000 

200560 

Urban Maintenance 
and Loss Control 

Install streetlights in 
Mahwelereng 

3 000 000 


100 000 

500 000 

1 000 000 

1500 000 

2 000 000 

2 500 000 

3 000 000 

3 000 000 

3 000 000 

3 000 000 

3 000 000 

3 000 000 

200722411 

0400 

Electrical Services 

Traffic lights 

680 000 





250 000 

330 000 

330 000 

330 000 

330 000 

680 000 

680 000 

680 000 

680 000 

TOTAL FOR ELECTRICITY SERVICES 


7 997 000 


435 000 

1 170 000 

2 005 000 

3 035 000 

4 045 000 

4 892 000 

5 647 000 

5 902 000 

6 507 000 

7 317 000 

7 652 000 

7 997 000 

0004/93/1/ 

12/0660 

Planning 

CIS Upgrade & 
Implementation of Web 
Based Town Planning 
Application 


241 396 



10 000 

10 000 

10 000 

60 000 

60 000 

60 000 

142 000 

142 000 

142 000 

241 396 

0004/92/1/ 

12/0270 

LED 

Review LED strategy 


500 000 

30 000 

45 000 

65 000 

110 000 

no 000 

260 000 

260 000 

320 000 

400 000 

400 000 

460 000 

500 000 

2004 

Household Sanitation 

Household Sanitation 

4 540 000 


227 000 

340 500 

567 500 

1 475 500 

3 745 500 

4 540 000 

4 540 000 

4 540 000 

4 540 000 

4 540 000 

4 540 000 

4 540 000 

TOTAL FOR DEVELOPM ENT SERVICES 


741 396 

30 000 

45 000 

75 000 

120 000 

120 000 

320 000 

320 000 

380 000 

542 000 

542 000 

602 000 

741 396 
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PROJECTS WORKS PLAN - EXPENDITURE BY M ONTH 2010-2011 


VOTE 

NUMBER 

FUNCTION / SUB- 
FUNCTION 

PROJECT NAME 

TOTAL CAPITAL 
BUDGET 
2010/2011 

TOTAL 
OPERATION 
AL BUDGET 
2010/2011 

PROJECTED EXPENDITURE - YEAR TO DATE 

2010-11 

PROJ ECTED EXPENDITURE - YEAR TO DATE 

2010-11 

PROJECTED EXPENDITURE- YEAR TO DATE 

2010-11 

PROJECTED EXPENDITURE - YEAR TO DATE 

2010-11 

JULY 

AUGUST 

5EPTEM BER 

OCTOBER 

NOVEMBER 

DECEM BER 

JANUARY 

FEBRUARY I 

MARCH 

APRIL 1 

MAY 

JUNE 

200357 

Finance: manager's 
office 

Purchasing of2x 
accounts printers 

260 000 




260 000 

260 000 

260 000 

260 000 

260 000 

260 0001 

260 000 

260 0001 

260 000 

260 000 

200358 

Procurement 

2 X computers 

20 000 



- 

20 000 

20 000 

20 000 

20 000 

20 000 

20 000 1 

20 000 

20 000 1 

20 000 

20 000 

200358 

Procurement 

2 X tables 

6 000 



- 

6 000 

6 000 

6 000 

6 000 

6 000 

6 0001 

6 000 

6 0001 

6 000 

6 000 

200358 

Procurement 

2xaircon 

10 000 



- 

10 000 

10 000 

10 000 

10 000 

10 000 

10 0001 

10 000 

10 0001 

10 000 

10 000 

200358 

Procurement 

2 X printers 

6 000 




6 000 

6 000 

6 000 

6 000 

6 000 

6 0001 

6 000 

6 0001 

6 000 

6 000 

200358 

Procurement 

4 X roller door filing 
cabinet 

10 000 




10 000 

10 000 

10 000 

10 000 

10 000 

10 0001 

10 000 

10 000 

10 000 

10 000 

200358 

Procurement 

2 X swivel arm chair 

3 000 




3 000 

3 000 

3 000 

3 000 

3 000 

3 0001 

3 000 

3 0001 

3 000 

3 000 

200358 

Procurement 

2 X dustbins 

400 



- 

400 

400 

400 

400 

400 

4001 

400 

4001 

400 

400 

200358 

Budget & Treasury 

2 X calculators 

1000 



- 

1000 

1000 

1000 

1000 

1000 

10001 

1000 

10001 

1000 

1000 

200358 

Budget & Treasury 

2 X bins 

500 



- 

500 

500 

500 

500 

500 

5001 

500 

5001 

500 

500 

200358 

Interns 

2xhighback chairs 

8 000 




8 000 

8 000 

8 000 

8 000 

8 000 

8 000 1 

8 000 

8 000 1 

8 000 

8 000 

200358 

Interns 

2 X tables 

6 000 




6 000 

6 000 

6 000 

6 000 

6 000 

6 000 1 

6 000 

6 000 1 

6 000 

6 000 

200358 

Interns 

4 X laptops 

74 000 




74 000 

74 000 

74 000 

74 000 

60 000 

60 0001 

60 000 

60 0001 

60 000 

74 000 

TOTAL FOR FINANCES 


404 900 

- 



404 900 

404 900 

404 900 

404 900 

390 900 

390 9001 

390 900 

390 9001 

390 900 

404 900 

200669 

Waste M anagement 

Landfil development 

300 000 







300 000 

300 000 

366 666 

300 000 

366 666 

300 000 

300 000 

TOTAL FOR COM M UNITY SERVICES 

300 000 







300 000 

300 000 

300 0001 

300 000 

300 0001 

300 000 

300 000 

200356 

Municipal Manager 

Purchasing of 3 x Turn-0- 
File 

12 000 




12 000 

12 000 

12 000 

12 000 

12 000 

12 0001 

12 000 

12 0001 

12 000 

12 000 

200356 

Municipal Manager 

1 X Flatscreen 
computer(M M secretary) 

10 000 




10 000 

10 000 

10 000 

10 000 

10 000 

10 0001 

10 000 

10 0001 

10 000 

10 000 

200356 

Municipal Manager 

1 X laptop IPM 

15 000 




15 000 

15 000 

15 000 

15 000 

15 000 

15 0001 

15 000 

15 000 

15 000 

15 000 

200356 

Municipal Manager 

IX printer 1 PM 

3 000 




3 000 

3 000 

3 000 

3 000 

3 000 

3 000 

3 000 

3 000 

3 000 

3 000 

200356 

Municipal Manager 

1 X table IPM 

3 500 




3 500 

3 500 

3 500 

3 500 

3 500 

3 500 

3 500 

3 500 

3 500 

3 500 

200356 

Municipal Manager 

IXchairlPM 

3 000 




3 000 

3 000 

3 000 

3 000 

3 000 

3 000 

3 000 

3 0001 

3 000 

3 000 

200356 

Internal Audit 

3xHighback chairs 

9 000 




9 000 

9 000 

9 000 

9 000 

9 000 

9 0001 

9 000 

9 0001 

9 000 

9 000 

200356 

Internal Audit 

3 X tables 

18 000 




18 000 

18 000 

18 000 

18 000 

18 000 

18 0001 

18 000 

18 0001 

18 000 

18 000 

200356 

Internal Audit 

Filing cabinet 

8 000 




8 000 

8 000 

8 000 

8 000 

8 000 

8 0001 

8 000 

8 0001 

8 000 

8 000 

200356 

Internal Audit 

LaserJet printer black and 
white 

3 000 




3 000 

3 000 

3 000 

3 000 

3 000 

3 000 

3 000 

3 000 

3 000 

3 000 

200356 

Internal Audit 

Pigeon hole 

4 000 




4 000 

4 000 

4 000 

4 000 

4 000 

4 0001 

4 000 

4 0001 

4 000 

4 000 

200356 

Risk Management 

Laptop 

15 000 




15 000 

15 000 

15 000 

15 000 

15 000 

15 0001 

15 000 

15 0001 

15 000 

15 000 

200356 

Risk Management 

Highback chair 

3 000 




3 000 

3 000 

3 000 

3 000 

3 000 

3 0001 

3 000 

3 0001 

3 000 

3 000 

200356 

Risk Management 

2 X Visitors chairs 

6 000 




6 000 

6 000 

6 000 

6 000 

6 000 

6 0001 

6 000 

6 0001 

6 000 

6 000 

200356 

Risk Management 

Table 

8 000 




8 000 

8 000 

8 000 

8 000 

8 000 

8 0001 

8 000 

8 0001 

8 000 

8 000 

200356 

Risk Management 

Filing cabinet 

4 000 




4 000 

4 000 

4 000 

4 000 

4 000 

4 0001 

4 000 

4 0001 

4 000 

4 000 

200356 

Risk Management 

LaserJet colour printer 

5 000 




5 000 

5 000 

5 000 

5 000 

5 000 

5 000 

5 000 

5 000 

5 000 

5 000 

TOTAL FOR THE OFFICE OF THE M UNICIPAL MANAGER 

129 500 




129 500 

129 500 

129 500 

129 500 

129 500 

129 5001 

129 500 

129 5001 

129 500 

129 500 
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PROJECTS WORKS PLAN - EXPENDITURE BY M ONTH 2010-2011 


VOTE 

NUMBER 

FUNCTION / SUB- 
FUNCTION 

PROJECT NAME 

TOTAL CAPITAL 
BUDGET 
2010/2011 

TOTAL 
OPERATION 
AL BUDGET 
2010/2011 

PROJECTED EXPENDITURE - YEAR TO DATE 

2010-11 

PROj ECTED EXPENDITURE - YEAR TO DATE 

2010-11 

PROJECTED EXPENDITURE- YEAR TO DATE 

2010-11 

PROJ ECTED EXPENDITU RE - YEAR TO DATE 

2010-11 

|ULY 

AUGUST 

5EPTEM BER 

OCTOBER 

NOVEMBER 

DECEM BER 

JANUARY 

FEBRUARY 

MARCH 

APRIL 

MAY 

JUNE 

MLWS-4 

Water Services 

Grasviey Water 

2 000 000 


100 000 

150 000 

250 000 

650 000 

1 650 000 

2 000 000 

2 000 000 

2 000 000 

2 000 000 

2 000 000 

2 000 000 

2 000 000 

MLWS-1 

Water Services 

M atebeleng / Nkaikwetsa 
Water Project 

1200 000 


60 000 

90 000 

150 000 

390 000 

990 000 

1200 000 

1 200 000 

1200 000 

1 200 000 

1200 000 

1 200 000 

1200 000 

MLWS-2 

Water Services 

M attanau Water Project 

1 700 000 


85 000 

127 500 

212 500 

552 500 

1 402 500 

1 700 000 

1 700 000 

1 700 000 

1 700 000 

1 700 000 

1 700 000 

1 700 000 

MLWS-3 

Water Services 

M esopotamia/M oordkop 
pie Water Project 

1200 000 


60 000 

90 000 

150 000 

390 000 

990 000 

1200 000 

1 200 000 

1200 000 

1 200 000 

1200 000 

1 200 000 

1200 000 

MLWS-5 

Water Services 

Nelly Water Project 

1500 000 


75 000 

112 500 

187 500 

487 500 

1 237 500 

1500 000 

1 500 000 

1500 000 

1 500 000 

1500 000 

1 500 000 

1500 000 

MLWS-5 

Water Services 

Paulos Water Project 

2 000 000 


100 000 

150 000 

250 000 

650 000 

1 650 000 

2 000 000 

2 000 000 

2 000 000 

2 000 000 

2 000 000 

2 000 000 

2 000 000 

MLWS-6 

Water Services 

Thabaleshoba Steel Tank 
Project 

1 000 000 


50 000 

75 000 

125 000 

275 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

MLWS-7 

Water Services 

Vergenoeg Steel Tank 
Project 

1 000 000 


50 000 

75 000 

125 000 

275 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

MLWS-8 

Water Services 

Nkidikitiana Steel Tank 
Project 

1 000 000 


50 000 

75 000 

125 000 

275 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

MLWS-9 

Water Services 

jakkalskui Steel Tank 
Project 

1 000 000 


50 000 

75 000 

125 000 

275 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

MLWS-10 

Water Services 

Tiberius Steel Tank 

Project 

1 000 000 


50 000 

75 000 

125 000 

275 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

MLWS-11 

Water Services 

Rapadi Extention Of 

Water Reticulation 

600 000 


30 000 

45 000 

75 000 

345 000 

600 000 

600 000 

600 000 

600 000 

600 000 

600 000 

600 000 

600 000 

MLWS-12 

Water Services 

Tiberius Extention Of 
Water Reticulation 

400 000 


20 000 

30 000 

50 000 

230 000 

400 000 

400 000 

400 000 

400 000 

400 000 

400 000 

400 000 

400 000 

MLWS-13 

Water Services 

Chere Extention Of Water 
Reticulation 

400 000 


20 000 

30 000 

50 000 

230 000 

400 000 

400 000 

400 000 

400 000 

400 000 

400 000 

400 000 

400 000 

MLWS-14 

Water Services 

Vergenoeg Extention Of 
Water Reticulation 

400 000 


20 000 

30 000 

50 000 

230 000 

400 000 

400 000 

400 000 

400 000 

400 000 

400 000 

400 000 

400 000 

MLWS-15 

Water Services 

Thabaleshoba Extention 

Of Water Reticulation 

400 000 


20 000 

30 000 

50 000 

230 000 

400 000 

400 000 

400 000 

400 000 

400 000 

400 000 

400 000 

400 000 

MLWS-16 

Water Services 

Bakenburg Central Water 
Scheme 

5 800 000 


290 000 

435 000 

725 000 

1 305 000 

3 305 000 

4 105 000 

4 705 000 

5 300 000 

5 800 000 

5 800 000 

5 800 000 

5 800 000 

WLWS-18 

Water Services 

Construction Of (32) 
Concrete Pump Houses In 

2 500 000 


125 000 

187 500 

312 500 

812 500 

2 062 500 

2 500 000 

2 500 000 

2 500 000 

2 500 000 

2 500 000 

2 500 000 

2 500 000 

MLWS-19 

Water Services 

Rebone Water Project 

5 000 000 


250 000 

375 000 

625 000 

1 125 000 

2 625 000 

3 125 000 

3 725 000 

4 325 000 

5 000 000 

5 000 000 

5 000 000 

5 000 000 

MLWS-20 

Water Services 

Lusaka/ Dikgokgopeng 
Water Project 

1500 000 


75 000 

112 500 

187 500 

487 500 

1 237 500 

1500 000 

1 500 000 

1500 000 

1 500 000 

1500 000 

1 500 000 

1500 000 

MLWS-21 

Water Services 

Drilling And Equipping Of 
New Boreholes In Various 
Villages 

2 000 000 


100 000 

150 000 

250 000 

650 000 

1 650 000 

2 000 000 

2 000 000 

2 000 000 

2 000 000 

2 000 000 

2 000 000 

2 000 000 
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PROJECTS WORKS PLAN - EXPENDITURE BY M ONTH 2010-2011 


VOTE 

NUMBER 

FUNCTION / SUB- 
FUNCTION 

PROJECT NAME 

TOTAL CAPITAL 
BUDGET 
2010/2011 

TOTAL 
OPERATION 
AL BUDGET 
2010/2011 

PROJECTED EXPENDITURE - YEAR TO DATE 

2010-11 

PROj ECTED EXPENDITURE - YEAR TO DATE 

2010-11 

PROJECTED EXPENDITURE- YEAR TO DATE 

2010-11 

PROJECTED EXPENDITURE - YEAR TO DATE 

2010-11 

|ULY 

AUGUST 

5EPTEM BER 

OCTOBER 

NOVEMBER 

DECEM BER 

lANUARY 

FEBRUARY 

MARCH 

APRIL 

MAY 

JUNE 

MLWS-22 

Water Services 

Daggakraal Water Project 

700 000 


35 000 

52 500 

87 500 

227 500 

577 500 

700 000 

700 000 

700 000 

700 000 

700 000 

700 000 

700 000 

MLWS-23 

Water Services 

Mokobewater Project 

200 000 


10 000 

15 000 

25 000 

65 000 

165 000 

200 000 

200 000 

200 000 

200 000 

200 000 

200 000 

200 000 

MLWS-24 

Water Services 

M agongoa Water Project 

200 000 


10 000 

15 000 

25 000 

65 000 

165 000 

200 000 

200 000 

200 000 

200 000 

200 000 

200 000 

200 000 

MLWS-25 

Water Services 

Ham No. 1 Water Project 

200 000 


10 000 

15 000 

25 000 

65 000 

165 000 

200 000 

200 000 

200 000 

200 000 

200 000 

200 000 

200 000 

WLWS-27 

Water Services 

Marulaneng Water 

Project 

1 300 000 


65 000 

97 500 

162 500 

422 500 

1 072 500 

1 300 000 

1 300 000 

1 300 000 

1 300 000 

1 300 000 

1 300 000 

1 300 000 

MLWS-28 

Water Services 

M olekane Water Project 

1200 000 


60 000 

90 000 

150 000 

390 000 

990 000 

1200 000 

1 200 000 

1200 000 

1 200 000 

1200 000 

1 200 000 

1200 000 

ML5W-2 

Water Services 

Rebone Sewer (Lining Of 
Tertiary Pond) 

3 000 000 


150 000 

225 000 

375 000 

675 000 

1 675 000 

2 175 000 

2 675 000 

3 000 000 

3 000 000 

3 000 000 

3 000 000 

3 000 000 

MLWS-32 

Water Services 

Upgrading Of Existing 
Major Works (Hlogo Ya 

N ku,Sandsloot (M asenya 
& 

M abusela),Rietfontein,Ski 
rkfontein,Lennes,M phelo) 

3 800 000 


190 000 

285 000 

475 000 

1 235 000 

3 135 000 

3 800 000 

3 800 000 

3 800 000 

3 800 000 

3 800 000 

3 800 000 

3 800 000 

MLW5-33 

Water Services 

Upgrading Of Minor 

Waterworks 

(Duren.M athapo.Sodoma 

1 000 000 


50 000 

75 000 

125 000 

325 000 

825 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

MLWS-34 

Water Services 

Extension Of Water 
Reticulation 

(Phafola,Lesodi,Sterkwat 

er) 

1200 000 


60 000 

90 000 

150 000 

390 000 

990 000 

1200 000 

1 200 000 

1200 000 

1 200 000 

1200 000 

1 200 000 

1200 000 

MLWS-37 

Bulk water Services 

Olifants RiverWater 
Project (Fb) 

28 000 000 


1 400 000 

2 100 000 

3 500 000 

5 500 000 

8 700 000 

12 600 000 

14 000 000 

16100 000 

18 500 000 

23 000 000 

26 000 000 

28 000 000 

MLWS-29 

Sanitation Services 

Mokopane Old Sewer : 
Refurbishment. 

4 200 000 


210 000 

315 000 

525 000 

945 000 

1575 000 

2 310 000 

2 520 000 

2 940 000 

4 200 000 

4 200 000 

4 200 000 

4 200 000 

MLWS-37 

Bulk water Services 

Olifants RiverWater 
Project (Fb) 

28 000 000 


1 400 000 

2 100 000 

3 500 000 

5 500 000 

8 700 000 

12 600 000 

14 000 000 

16100 000 

18 500 000 

23 000 000 

26 000 000 

28 000 000 

TOTAL FOR WATER SERVICES 


106 600 000 

0 

5 330 000 

7 995 000 

13 325 000 

25 945 000 

54 735 000 

69 515 000 

74 225 000 

80 365 000 

87 600 000 

96 600 000 

102 600 000 

106 600 000 

MLRS-12 

Road and Stormwater 
Services 

MahwelerengDt 

Rampola Str Access Slabs 
And Edge Breaks 

2 000 000 


100 000 

150 000 

250 000 

650 000 

1 650 000 

2 000 000 

2 000 000 

2 000 000 

2 000 000 

2 000 000 

2 000 000 

2 000 000 

M LRS-14 

Road and Stormwater 
Services 

Rehabilitation Of 
Maribashoek Road 

4 000 000 


200 000 

300 000 

500 000 

1 300 000 

2 100 000 

2 800 000 

4 000 000 

4 000 000 

4 000 000 

4 000 000 

4 000 000 

4 000 000 

MLRS-2 

Road and Stormwater 
Services 

M malepetleke Taxi Route 
Phase 3 

3 300 000 


165 000 

247 500 

412 500 

1 072 500 

2 722 500 

3 300 000 

3 300 000 

3 300 000 

3 300 000 

3 300 000 

3 300 000 

3 300 000 
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PROJECTS WORKS PLAN - EXPENDITURE BY M ONTH 2010-2011 


VOTE 

NUMBER 

FUNCTION / SUB- 
FUNCTION 

PROJECT NAME 

TOTAL CAPITAL 
BUDGET 
2010/2011 

TOTAL 
OPERATION 
AL BUDGET 
2010/2011 

PROJECTED EXPENDITURE - YEAR TO DATE 

2010-11 

PROJ ECTED EXPENDITURE - YEAR TO DATE 

2010-11 

PROJECTED EXPENDITURE- YEAR TO DATE 

2010-11 

PROJ ECTED EXPENDITU RE - YEAR TO DATE 

2010-11 

|ULY 

AUGUST 

5EPTEM BER 

OCTOBER 

NOVEMBER 

DECEM BER 

lANUARY 

FEBRUARY 

MARCH 

APRIL 

MAY 

|UNE 

MLRS-3 

Road and Stormwater 
Services 

Leyden Taxi Route 

3 000 000 


150 000 

225 000 

375 000 

975 000 

1575 000 

2 100 000 

3 000 000 

3 000 000 

3 000 000 

3 000 000 

3 000 000 

3 000 000 

MLRS-6 

Road and Stormwater 
Services 

UitzightTaxi Route 

4 622 000 


231 100 

346 650 

577 750 

1 039 950 

1 733 250 

2 542 100 

2 773 200 

3 235 400 

4 622 000 

4 622 000 

4 622 000 

4 622 000 

MLRS-7 

Road and Stormwater 
Services 

Mountain View Taxi 

Route 

3 200 000 


160 000 

240 000 

400 000 

1 040 000 

1 680 000 

2 240 000 

3 200 000 

3 200 000 

3 200 000 

3 200 000 

3 200 000 

3 200 000 

MLRS-17 

Road and Stormwater 
Services 

Lennes Stormwater 

1 000 000 


50 000 

75 000 

125 000 

575 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

MLRS-13 

Road and Stormwater 
Services 

Mahwelereng-Dudu 
Madisha Str Stormwater 
And Road Rehab 

2 000 000 


100 000 

150 000 

250 000 

650 000 

1 650 000 

2 000 000 

2 000 000 

2 000 000 

2 000 000 

2 000 000 

2 000 000 

2 000 000 

MLRS-15 

Road and Stormwater 
Services 

Moshate Rehabilitation 

Of Taxi Route 

3 000 000 


150 000 

225 000 

375 000 

975 000 

1 575 000 

2 100 000 

3 000 000 

3 000 000 

3 000 000 

3 000 000 

3 000 000 

3 000 000 

MLRS-8 

Road and Stormwater 
Services 

GaleliaTaxi Route 

4 000 000 


200 000 

300 000 

500 000 

1 300 000 

2 100 000 

2 800 000 

4 000 000 

4 000 000 

4 000 000 

4 000 000 

4 000 000 

4 000 000 

MLRS-9 

Road and Stormwater 
Services 

MaruianengTaxi Route 

4 000 000 


200 000 

300 000 

500 000 

1 300 000 

2 100 000 

2 800 000 

4 000 000 

4 000 000 

4 000 000 

4 000 000 

4 000 000 

4 000 000 

MLRS-11 

Road and Stormwater 
Services 

SekuruweTaxi Route 

4 000 000 


200 000 

300 000 

500 000 

1 300 000 

2 100 000 

2 800 000 

4 000 000 

4 000 000 

4 000 000 

4 000 000 

4 000 000 

4 000 000 

M LRS-18 

Road and Stormwater 
Services 

Grasviei Stormwater 

1 000 000 


50 000 

75 000 

125 000 

575 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

MLRS-1 

Road and Stormwater 
Services 

MosesetjaneTo 

Magongoa Main Road 

4 000 000 


200 000 

300 000 

500 000 

1 300 000 

2 100 000 

2 800 000 

4 000 000 

4 000 000 

4 000 000 

4 000 000 

4 000 000 

4 000 000 

MLRS-5 

Road and Stormwater 
Services 

DitlotswaneTaxi Route 
Phase 3 

4 000 000 


200 000 

300 000 

500 000 

1 300 000 

2 100 000 

2 800 000 

4 000 000 

4 000 000 

4 000 000 

4 000 000 

4 000 000 

4 000 000 

MLRS-19 

Road and Stormwater 
Services 

Senita Stormwater Phase 

2 

1500 000 


75 000 

112 500 

187 500 

487 500 

1 237 500 

1500 000 

1 500 000 

1500 000 

1 500 000 

1500 000 

1 500 000 

1500 000 

M LRS-20 

Road and Stormwater 
Services 

M okopane Ext 17 Roads 
And Stormwater 

3 000 000 


150 000 

225 000 

375 000 

975 000 

1 575 000 

2 100 000 

3 000 000 

3 000 000 

3 000 000 

3 000 000 

3 000 000 

3 000 000 

MLRS-21 

Road and Stormwater 
Services 

Mapela Matopa Roads 
Phase 2 

1 000 000 


50 000 

75 000 

125 000 

325 000 

825 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

M LRS-22 

Road and Stormwater 
Services 

Scirrapies Stormwater 
Phase 2 

2 000 000 


100 000 

150 000 

250 000 

650 000 

1 650 000 

2 000 000 

2 000 000 

2 000 000 

2 000 000 

2 000 000 

2 000 000 

2 000 000 
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PROJECTS WORKS PLAN - EXPENDITURE BY M ONTH 2010-2011 


VOTE 

NUMBER 

FUNCTION / SUB- 
FUNCTION 

PROJECT NAME 

TOTAL CAPITAL 
BUDGET 
2010/2011 

TOTAL 
OPERATION 
AL BUDGET 
2010/2011 

PROJECTED EXPENDITURE - YEAR TO DATE 

2010-11 

PROJ ECTED EXPENDITURE - YEAR TO DATE 

2010-11 

PROJECTED EXPENDITURE- YEAR TO DATE 

2010-11 

PROJECTED EXPENDITURE - YEAR TO DATE 

2010-11 

|ULY 

AUGUST 

5EPTEM BER 

OCTOBER 

NOVEMBER 

DECEM BER 

lANUARY 

FEBRUARY 

MARCH 

APRIL 

MAY 

|UNE 

MLRS-23 

Road and Stormwater 
Services 

Akasia/Mokopane Roads 
(Dombeya , River And 
Stores) 

2 600 000 


130 000 

195 000 

325 000 

845 000 

1 365 000 

1 820 000 

2 600 000 

2 600 000 

2 600 000 

2 600 000 

2 600 000 

2 600 000 

M LRS-24 

Road and Stormwater 
Services 

M ahwelereng Roads And 
Stormwater Phase 5 

4 000 000 


200 000 

300 000 

500 000 

1 300 000 

2 100 000 

2 800 000 

4 000 000 

4 000 000 

4 000 000 

4 000 000 

4 000 000 

4 000 000 

MLRS-25 

Road and Stormwater 
Services 

Phafola Stormwater 

Phase 2 

1 000 000 


50 000 

75 000 

125 000 

575 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

1 000 000 

MLRS-26 

Road and Stormwater 
Services 

Phola Park Roads 
Connection Link 

1500 000 


75 000 

112 500 

187 500 

487 500 

1 237 500 

1500 000 

1 500 000 

1500 000 

1 500 000 

1500 000 

1 500 000 

1500 000 

MLRS-35 

Road and Stormwater 
Services 

ReseallingOfRoadsIn 

Mokopane 

7 000 000 


350 000 

525 000 

875 000 

2 275 000 

3 675 000 

4 900 000 

7 000 000 

7 000 000 

7 000 000 

7 000 000 

7 000 000 

7 000 000 

TOTAL FOR ROADS AND STORM WATER SERVICES 

70 722 000 

0 

3 536100 

5 304 150 

8 840 250 

23 272 450 

41850 750 

53 702 100 

68 873 200 

69 335 400 

70 722 000 

70 722 000 

70 722 000 

70 722 000 

MLSW-1 

Refuse removal and 
solid waste disposal 

Rebone Landfill -Phase 
2(Completlon) 

300 000 


15 000 

22 500 

37 500 

172 500 

300 000 

300 000 

300 000 

300 000 

300 000 

300 000 

300 000 

300 000 

TOTAL FOR REFUSE REMOVALAND SOUD WASTE DISPOSAL 

300 000 

0 

15 000 

22 500 

37 500 

172 500 

300 000 

300 000 

300 000 

300 000 

300 000 

300 000 

300 000 

300 000 

TOTALBUDGET || 

187 171757 

3 838 313 

9 410 781 

14 784 043 

25 898 255 

54 419167 

103 460 679 

132 638 741 

153 318 553 

160 296 465 

169 923 511 

179 821223 

186 280 435 

191010 070 
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LIM367 Mogalakwena - Supporting Table SA26 Budgeted monthly revenue and expenditure (municipal vote) 


Description 

Budget Year 2010/11 

Medium Term Revenue and Expenditure 
Framework 

R thousand 

July 

August 

Sept. 

October 

November 

December 

January 

February 

March 

April 

May 

June 

Budget Year 
2010/11 

Budget Year +1 
2011/12 

Budget Year +2 
2012/13 

Revenue bv Vote 
















Votel - Executive and Council 


2116 

840 

885 

663 

44 488 

15 403 

2 555 

20 815 

12 924 

12 098 

52 049 

164 836 

189 654 

213 770 

Vote2 - Corporate Services 

2S0 

219 

137 

64 

127 

353 

327 

354 

345 

342 

347 

169 

3 063 

3 601 

4 321 

Vote3 - Finance Department 

6 304 

4 073 

4 689 

3 368 

428 

2195 

488 

4 269 

2 317 

2 358 

2 981 

3 902 

37 372 

40 477 

43 093 

Vote4 - Development Services 

2 

1 

1 

1 

1 

0 

2 

2 

1 

2 

2 

1 

17 

17 

18 

Votes - Technical Services 

12 3S0 

9 668 

9 661 

10 511 

10 559 

10 542 

10 220 

10 597 

10 453 

10 424 

10 491 

108 952 

224 310 

257 823 

291 241 

Votes - Community Services 

SlSl 

942 

208 

786 

131 

418 

779 

120 

439 

446 

335 

598 

10 352 

25 660 

26 305 

Vote? - Municipal Traffic & Security 

75 

1366 

123 

716 

393 

762 

956 

1192 

970 

1039 

1067 

3 805 

12 453 

13 041 

13 292 

Votes - Electrical 

28 730 

9 469 

11 602 

10 560 

9 842 

20 968 

2 623 

8 836 

10 809 

7 422 

9 022 

3 709 

133 593 

156 908 

179 806 

Total Revenue by Vote 

52 892 

27 734 

27 251 

26 892 

22 144 

79 726 

30 798 

27 924 

46149 

34 957 

36 343 

173 185 

585 996 

687 180 

771 846 

Exoenditure bv Vote to be aoDropriated 
















Votel - Executive and Council 


2 631 

3144 

2 225 

2 689 

2 309 

3182 

2 752 

2 748 

2 894 

2 798 

2 231 

29 603 

34 859 

37 659 

Vote2 - Corporate Services 

1044 

1108 

1309 

1124 

1191 

1155 

1388 

1196 

1246 

1277 

1240 

8 988 

22 266 

24 215 

26 081 

Votes - Finance Department 

917 

1020 

128 

1238 

1616 

1617 

790 

1500 

1302 

1197 

1333 

1385 

14 044 

14 980 

16 058 

Vote4 - Development Services 

863 

1027 

1006 

1259 

1376 

944 

961 

928 

944 

944 

939 

4 510 

15 700 

16 640 

18 671 

Votes - Technical Services 

4 749 

7 662 

6 796 

12 089 

7 527 

9 816 

7 402 

8141 

8 453 

7 999 

8197 

44 313 

133 132 

143 187 

155 424 

Votes - Community Services 

1661 

2 004 

1776 

1755 

1714 

2 020 

1911 

1920 

1950 

1927 

1933 

8 476 

28 947 

31 141 

33 607 

Vote? - Municipal Traffic & Security 

1228 

1766 

1786 

1749 

1785 

2 309 

2 013 

2467 

2 263 

2 248 

2 326 

9 892 

31 821 

34 413 

37 312 

Votes - Electrical 

8 421 

2 396 

19 700 

7 595 

8 641 

7 683 

2 267 

12 923 

7 624 

7 605 

9 384 

45 506 

139 745 

168 691 

204 209 

Total Expenditure by Vote 

18 784 

19 593 

35 642 

29 034 

26 539 

27 853 

19 914 

31 826 

26 531 

26 090 

28 149 

125 302 

415 257 

468 125 

529 022 

Surplus/(Deficit) before assoc. 

34 108 

8141 

(8 392) 

(2 141) 

(4 395) 

51 873 

10 884 

(3 902) 

19 618 

8 867 

8194 

47 883 

170 739 

219 054 

242 824 
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LIM367 Mogalakwena ■ Supporting Table SA27 Budgeted monthly revenue and expenditure (standard classification) 


Description 






Budget Year 2010/11 






Medium Term Revenue and Expenditure 
Framework 

R thousand 

July 

August 

Sept. 

October 

November 

December 

January 

February 

March 

April 

May 

June 

Budget Year 
2010/11 

Budget Year +1 
2011/12 

Budget Year ■>■2 
2012/13 

Revenue - Standard 
















Governance and administration 

40 040 

4 371 

19 036 

4481 

4 260 

48 085 

19 318 

6152 

24 518 

6152 

4481 

27 100 

207 994 

236 936 

265 168 

Executive and council 

36 443 

774 

15 440 

885 

664 

44 488 

15 722 

2 555 

20 922 

2 555 

885 

23 503 

164 836 

189 654 

213 770 

Budget and treasury office 

3114 

3114 

3114 

3114 

3114 

3114 

3114 

3114 

3114 

3114 

3114 

3114 

37 372 

40 477 

43 093 

Corporate services 

482 

482 

482 

482 

482 

482 

482 

482 

482 

482 

482 

483 

5 786 

6 806 

8 304 

Community and public safety 

106 

388 

327 

386 

68 

279 

457 

442 

391 

423 

416 

6 772 

10 454 

22 748 

22 674 

Community and social services 

21 

31 

35 

27 

51 

27 

27 

37 

29 

26 

31 

21 

363 

387 

15 416 

Sport and recreation 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

15 000 

- 

Public safety 

73 

351 

281 

348 

6 

240 

418 

394 

351 

388 

378 

6 749 

9 977 

7 240 

7131 

Housing 

11 

6 

10 

11 

11 

11 

12 

12 

11 

10 

7 

3 

114 

120 

127 

Health 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

Economic and environmental services 

19 532 

1297 

1087 

3 709 

4 088 

533 

5 413 

7 992 

1251 

2 398 

5 987 

18 558 

71 844 

68 889 

94 863 

Planning and development 

32 

7 

- 

25 

100 

11 

22 

19 

- 

- 

- 

41 

256 

259 

282 

Road transport 

19 500 

1290 

1087 

3 684 

3 988 

522 

5 391 

7 973 

1251 

2 398 

5 987 

18 517 

71 588 

68 631 

94 581 

Environmental protection 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

Trading services 

43 064 

14 139 

20 825 

16 957 

17 643 

27 837 

7 436 

16 855 

22 561 

15 674 

19 584 

73 129 

295 704 

358 607 

389 142 

Electricity 

29 814 

605 

14 310 

10 958 

10 213 

21 760 

2 722 

9 719 

11400 

7 947 

9 689 

4 454 

133 591 

156 906 

179 804 

Water 

11 450 

11 827 

4 832 

4 344 

5 824 

4 328 

3122 

5 495 

9 370 

5 996 

8113 

54 952 

129 653 

152 554 

149 819 

Waste water management 

1286 

883 

870 

895 

739 

975 

833 

839 

1013 

915 

983 

12 165 

22 395 

38 796 

48 547 

Waste management 

513 

824 

814 

760 

867 

774 

759 

802 

778 

816 

799 

1558 

10 065 

10 351 

10 972 

Other 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

Total Revenue ■ Standard 

102 741 

20 194 

41 275 

25 533 

26 059 

76 733 

32 623 

31 442 

48 721 

24 647 

30 468 

125 560 

585 996 

687 180 

771 847 

Expenditure - Standard 
















Governance and administration 

10 373 

8 449 

8 546 

8169 

8 633 

8 254 

9126 

8 696 

8 692 

8 838 

8 721 

5 424 

101 922 

113 955 

124 867 

Executive and council 

4 429 

2 505 

2 601 

2 225 

2 689 

2 309 

3182 

2 752 

2 748 

2 894 

2 777 

( 1 508 ) 

29 603 

34 859 

37 659 

Budget and treasury office 

1166 

1166 

1166 

1166 

1166 

1166 

1166 

1166 

1166 

1166 

1166 

1216 

14 044 

14 980 

16 058 

Corporate services 

4 778 

4 778 

4 778 

4 778 

4 778 

4 778 

4 778 

4 778 

4 778 

4 778 

4 778 

5 715 

58 275 

64 116 

71 149 

Community and pubiic safety 

1005 

1448 

1568 

1546 

1814 

2 058 

2145 

2123 

1981 

1884 

1882 

15 353 

34 806 

37 614 

40 790 

Community and social services 

313 

408 

423 

376 

425 

469 

520 

436 

463 

448 

449 

2 346 

7 076 

7 545 

8179 

Sport and recreation 

18 

6 

12 

210 

381 

156 

434 

76 

99 

79 

21 

5 392 

6 883 

7 463 

8 070 

Public safety 

673 

1033 

1133 

960 

1006 

1433 

1181 

1599 

1404 

1325 

1377 

7 597 

20 723 

22 474 

24 401 

Housing 

- 

- 


- 

- 

- 

1 

6 

11 

23 

17 

9 

67 

70 

74 

Health 

1 

- 


- 

2 

- 

10 

4 

4 

10 

18 

8 

56 

61 

66 

Economic and environmentai services 

3 371 

1977 

3 327 

3 755 

3160 

3 479 

2126 

3 449 

3 051 

2 876 

3104 

23 811 

57 487 

60 041 

64 824 

Planning and development 

984 

1244 

1162 

1371 

1487 

1043 

1076 

1043 

1162 

1094 

1151 

4 212 

17 029 

18 053 

19 210 

Road transport 

2 208 

594 

2 023 

2 253 

1529 

2 288 

922 

2 284 

1756 

1654 

1812 

19 299 

38 623 

40 013 

43 503 

Environmental protection 

179 

139 

141 

132 

144 

148 

128 

122 

133 

128 

141 

299 

1835 

1975 

2111 

Trading services 

11164 

14 878 

14 849 

16 361 

13 649 

14 538 

8 692 

17 862 

13 844 

13 617 

15 402 

66 054 

220 910 

256 377 

298 396 

Electricity 

8179 

7 711 

7 619 

7182 

8 334 

7 341 

2 653 

12 719 

7 717 

7 607 

9 348 

35 868 

122 277 

149 696 

183 340 

Water 

1974 

5 939 

5 884 

7 740 

4192 

5 722 

4 600 

3 776 

4 699 

4 597 

4 418 

16 573 

70 112 

75 755 

81 734 

Waste water management 

206 

592 

617 

537 

847 

468 

518 

387 

458 

454 

667 

7 952 

13 702 

15 078 

16 248 

Waste management 

806 

636 

729 

903 

276 

1008 

922 

981 

970 

958 

969 

5 661 

14 819 

15 849 

17 074 

Other 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

132 

132 

138 

145 

Total Expenditure - Standard 

25 914 

26 752 

28 290 

29 832 

27 256 

28 329 

22 089 

32 130 

27 568 

27 214 

29 no 

no 773 

415 257 

468 125 

529 022 

Surplus/(Deficit) before assoc. 

76 827 

(6 558] 

12 985 

(4299) 

(1197) 

48 404 

10 534 

(688) 

21 154 

(2 567) 

1358 

14 787 

170 739 

219 054 

242 825 

Share of surplus/ (deficit) of associate 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

Surplus/(Deficit) 

76 827 

(6 558) 

12 985 

(4299) 

(1197) 

48 404 

10 534 

(688) 

21 154 

(2 567) 

1358 

14 787 

170 739 

219 054 

242 825 
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LIM367 Mogalakwena - Supporting Table SA30 Budgeted monthly cash flow 


MONTHLY CASH FLOWS 

Budget Year 2010/11 

Medium Term Revenue and Expenditure 
Framework 

R thousand 

July 

August 

Sept. 

October 

November 

December 

January 

February 

March 

April 

May 

June 

Budget Year 
2010/11 

Budget Year +1 
2011/12 

Budget Year +2 
2012/13 

Cash Receipts Bv Source 













1 



Property rates 

2 969 

2 571 

3195 

2186 

2 678 

667 

3 982 

2 745 

2465 

3 064 

2 758 

3 029 

32 307 

34 913 

37 007 

Property rates - penalties & collection charges 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 




Service charges - electricity revenue 

12 346 

9 466 

11 601 

10 560 

9 839 

10 200 

11 007 

9 365 

10 190 

10 187 

9 914 

19 227 

133 902 

155 089 

179 834 

Service charges - water revenue 

2 517 

2 634 

2 364 

3155 

2 697 

3 313 

2 770 

2 864 

2 982 

2 872 

2 906 

2 648 

33 722 

35 755 

37 904 

Service charges - sanitation revenue 

937 

904 

868 

803 

731 

966 

825 

831 

874 

844 

850 

1036 

10 469 

11 099 

11 765 

Service charges - refuse revenue 

781 

751 

774 

753 

760 

738 

752 

748 

746 

749 

748 

879 

9180 

9 730 

10 314 

Service charges - other 


- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 




Rental of facilities and equipment 

26 

27 

20 

21 

24 

19 

20 

26 

21 

22 

23 

17 

266 

279 

295 

Interest earned - external investments 

700 

260 

750 

444 

619 

627 

1042 

862 

844 

916 

874 

310 

8 250 

9 075 

6 000 

Interest earned - outstanding debtors 

650 

50 

59 

53 

182 

99 

252 

184 

178 

205 

189 

21 

2120 

2 247 

2 383 

Dividends received 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

Fines 

63 

73 

98 

10 

8 

129 

187 

107 

141 

145 

131 

98 

1189 

1308 

1386 

Licences and permits 

7 

738 

553 

365 

395 

519 

123 

792 

478 

464 

578 

520 

5 532 

5 860 

6 225 

Agency services 

- 

25 

25 

17 

22 

21 

9 

13 

14 

12 

13 

51 

222 

249 

264 

Transfer receipts - operational 

66429 

3 888 

2 546 

3 510 

3 775 

54 223 

1034 

3 514 

19 590 

8 046 

10 383 

19 000 

195 939 

220 555 

242 029 

Other revenue 

468 

527 

265 

615 

294 

398 

295 

187 

293 

258 

246 

576 

4 422 

5 066 

6 241 

Cash Receipts by Source 

87 893 

21 916 

23 118 

22 491 

22 023 

71 918 

22 298 

22 237 

38 818 

27 784 

29 613 

47 411 

437 520 

491 224 

541 648 

Other Cash Flows by Source 
















Transfer receipts - capital 

12 941 

12 941 

12 941 

12 941 

12 941 

12 941 

12 941 

12 941 

12 941 

12 941 

12 941 

12 941 

155 289 

203 845 

239 343 

Total Cash Receipts by Source 

100 834 

34 857 

36 059 

35 431 

34 964 

84 859 

35 239 

35 178 

51 758 

40 725 

42 554 

60 352 

592 809 

695 069 

780 991 

Cash Payments bv Type 
















Employee related costs 

10 692 

10 936 

10 178 

11 674 

10 322 

10 006 

10 395 

10 976 

10 459 

10 610 

10 682 

29 865 

146 794 

159 224 

172 830 

Remuneration of councillors 

1113 

1090 

1090 

1088 

1094 

1088 

1621 

1163 

1290 

1358 

1270 

1219 

14 484 

15 671 

16 859 

Collection costs 

14 

14 

14 

14 

14 

14 

14 

14 

14 

14 

14 

14 

168 

185 

250 

Interest paid 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

Bulk purchases - Electricity 

7 729 

7 729 

7 729 

7 729 

7 729 

7 729 

7 729 

7 729 

7 729 

7 729 

7 729 

7 729 

92 747 

116 861 

147 245 

Bulk purchases - Water & Sewer 

1444 

1444 

1444 

1444 

1444 

1444 

1444 

1444 

1444 

1444 

1444 

1444 

17 325 

18 191 

19 283 

Other materials 

8 409 

8409 

8 409 

8 409 

8 409 

8409 

8 409 

8 409 

8 409 

8409 

8 409 

8409 

100 909 

109 922 

119 792 

Contracted services 

414 

414 

414 

414 

414 

414 

414 

414 

414 

414 

414 

414 

4 967 

5 497 

6 680 

Grants and subsidies paid - other municipalities 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 

- 




Grants and subsidies paid - other 

2 395 

2 395 

2 395 

2 395 

2 395 

2 395 

2 395 

2 395 

2 395 

2 395 

2 395 

2 395 

28 745 

32 908 

38 971 

General expenses 

5 088 

5 088 

5 088 

5 088 

5 088 

5 088 

5 088 

5 088 

5 088 

5 088 

5 088 

5 088 

61 055 

69 556 

71 377 

Cash Payments by Type 

37 298 

37 519 

36 761 

38 255 

36 909 

36 587 

37 509 

37 632 

37 242 

37 461 

37 445 

56 576 

467 194 

528 015 

593 287 

NET INCREASE/(DECREASE) IN CASH HELD 

63 536 

(2 662) 

(702) 

(2 824) 

(1 945) 

48 272 

(2 270) 

(2 454) 

14 516 

3 264 

5109 

3 775 

125 615 

167 054 

187 704 

Cash/cash equivalents at the month/year begin: 

Cash/cash equivalents at the month/year end: 

63 536 

63 536 
60 874 

60 874 
60 173 

60 173 
57 349 

57 349 
55 404 

55404 
103 676 

103 676 
101 406 

101 406 
98 951 

98 951 
113 467 

113467 
116 731 

116 731 
121 840 

121 840 
125 615 

125 615 

125 615 
292 669 

292 669 
480 373 
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Approval of 

Mayor 


Signature 


Date 
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